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PREPARED   BY  THE 

STATE  OF  MONTANA 
DEPARTMENT  OF  HIGHWAYS 
PLANNING  AND  STATISTICS  BURE  AU 

IN   COOPERATION   WITH  THE 
U.S.    DEPARTMENT    OF  TRANSPORTATION 
FEDERAL    HIGHWAY  ADMINISTRATION 
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DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      y<L»T/  /  /9st 
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DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  •  CRM/BHB/sw/221D 
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DISTRICT:  Alt»o~/*- 

DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      4*MM*  /  L  /TB4- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
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REPORT 
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DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT:  $)/<££*oJA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     AU&OS  7     /.  /Otf'/ 


PROJECT  NO.:  X?<9  -/  /  )  2  ZL. 
PRO  J.  NAME:  t££      £  ei  LtJ 

LENGTH :  L  ,  X 

COUNTY :   /7)^)^^  

CONTRACT  TIME:        //?/)  uJ£>  


CONTRACT  AMOUNT: 

CONTRACTOR:    aJ^t^+t  S^<-  : 
FROM  (town):      tti&Uetota  Ufa* 
AWARD  DATE:  j. -JL3-$>*  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  t/-/X-%>3 

%  COMPLETE:   ^7  

%  TIME  USED:  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:    Ao>a y 
NO.  DAYS  WORKED  PER  WEEK:  3- 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:   g 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       \JjM.   £  E3gL 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


TELEPHONE : 
ADDRESS: 


5r>  g£&l£  A)TZ 


GENERAL:       /\Je/LTrt ^eST  dojJs  r^U*.  r/e>u>     s*J  g  .  A* A*     A  A^AJP' 


Pee  J  it  LIT. 


S3  /da 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  tf/5Sout-& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  r7-3/-Sy/ 


PROJECT  NO.:  J-Jtr  90-t  ( '  G\\ '27  r/~3<f? 
PRO  J.  NAME:     Sr.  &>s*.  ^UJ->s^ 

LENGTH:  (0.  &  /r9;/es  

COUNTY:        /////7P^  /  

CONTRACT  TIME:     2Zo  Wor/O^  D«y? 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ^ C, 

%  TIME  USED:  .3/ 
NO.  MEN  EMPLOYED: 


13- 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $    7fW6.  &CS>.8¥ 
CONTRACTOR:     WfcHiv&rv*/   C»«sr.  Co. 
FROM  (town):      /hi  s  sou  /TiT 

AWARD  DATE:        -Ja^,   3  a  ,  j£8j£  

DATE  WORK  STARTED:     SYlv^A  S.  /98<S 
PROBABLE  COMPLETION  DATE:    JZA  IS./  9  6>s 
NO.  DAYS  WORKED  PER  WEEK:  (* 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  ,  o 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:    £k>z2£J.  L  ■  C&g 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /S 


6?  <S  9  -  7.  V  &  a 


GENERAL:  Co^-f 


T    £_£  /-/ ,4?  ~\7^ 


/''c.d.c.    j \Ml  "  c '■  7.  s   //'>/-./   ■+*   P  £1±m 


'■■>  *    /  ■  -  g.  L. 


fan 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /Z?/jZ5e>c^/ £ , 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


JT-Tg  9^-/^/)^y,6^/0    CONTRACT  AMOUNT:    $  7><r 7.  <£ 2- C  &  & 
^/  f*e,4/5  CONTRACTOR:  jpjfr  C  3s?J*tS  gy<^  TV,*, 


CONTRACT  TIME : 


FROM  (town): 
AWARD  DATE: 
DATE  WORK  STARTED 


ORDER  TO  PROCEED  DATE:  7~3Q'%f 

%  COMPLETE:   ^  

%  TIME  USED:  ^ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    '  /  ADDRESS 


TELEPHONE: 


GENERAL:       ^?<^  J^£l^j£2^^S^L^§M-   ^^^^^^f"^  $M&. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     /^f,^nu  L 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ne.  3Q, 

CONTRACT  AMOUNT:     $  g^gjg 
CONTRACTOR:         Pe^r^    <^<^  •  ^  .-v>^-, 

 7  

FROM  (town):  £Aj££jL£&k& 

AWARD  DATE:   9-Z./- 

DATE  WORK  STARTED:   //-  j2-  g?  3, 

PROBABLE  COMPLETION  DATE:  ^ 
NO.  DAYS  WORKED  PER  WEEK:  .jr 

NO.  SHIFTS  PER  DAY:   7 

NO.  HOURS  PER  SHIFT:   g| 

ACTUAL  COMPLETION  DATE:  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:    'O-  S3 

PROJECT  MANAGER:     ^  Th  4 :  j  g  TELEPHONE:   *2^&  /  2 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:       2_     ADDRESS:   - '  /  ^ 


GENERAL:   2^2  'sJ .0  s -Vs',-  &22*2^2^kj 


PROJECT  NO.:  tsrv)  Z9 

PRO  J.  NAME:     CS'/o^^  a  ~  agfj ~      .-  o  ^- 

LENGTH:  /  '^y,  /^r  

COUNTY:  J^shfr*/  

CONTRACT  TIME:  ^SV?  g    ^.  o . 

ORDER  TO  PROCEED  DATE:  z  ^  . 

%  COMPLETE:   2-Q.  

%  TIME  USED:   2£l  

NO.  MEN  EMPLOYED:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/SW/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  JT£>  9o CONTRACT  AMOUNT:  $  g  /,  5T/  /g? 
PRO  J.  NAME:    JT^^^  ^     &  fJr  ^./CONTRACTOR :      /i^LjZ^  A  ,  ^  / 

LENGTH:   X  FROM  (town):         ^?^/  .^/A  ~ 

COUNTY:   st^.^.r  s- &  /  AWARD  DATE:  ,  ^  -  |  g?  

CONTRACT  TIME:        xgg    ^  0  DATE  WORK  STARTED:  £z&JL&£. 

ORDER  TO  PROCEED  DATE:      C  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   £^T  NO.  DAYS  WORKED  PER. WEEK: 

%  TIME  USED:    <£j£  NO.  SHIFTS  PER  DAY: 


9-  >? 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   J» 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  - 

PROJECT  MANAGER:  .  ~ra     '  ■  a  TELEPHONE:  .'  ' -  C  S  -  <*/M  S ;~) 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:       T  ADDRESS:  ^  /*£r 

— " —   —  ,<  <  -  g  ■       C  —i^. — 


GENERAL:   p&si>~''  &t2jtl 


~       7  7 


T^7 


~  f  6  7  £ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE      -  CRM/BHB/sw/221F 


DISTRICT:    ^US&AJd.  U-> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        <^U-Uj  ^q.  /9&<£ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


r  4a  -tr*-J  £m£  &kd.-t 

/5~-  S~   tt^l/a  A—>  


CONTRACT  TIME:  /// 


CONTRACT  AMOUNT:  $ 
CONTRACTOR :  C*i^t 
FROM  (town): 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   


7*9*  


£±2* 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:      4/^,^  -2/?, 
PROBABLE  COMPLETION  DATE:      dLu^.  j£0*J 
NO.  DAYS  WORKED  PER  WEEK:  tT 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


/O 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  • 

PROJECT  MANAGER:  /g.^    J)uJ-]n^  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _n  ADDRESS: 


36>3  -  *A/2<J 


GENERAL 


//       dfeflgz  %£a   d  i 


O  -6.  /T.c 


60/  I  f  JkJU 


.LA. 


-r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  ^j^AU 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       CL,u_  /<9A^L 


PROJECT  NO.:     TAOfi-3  / Q\  A3  < 
PRO  J.  NAME:       -rfj  d  Wt^hul  jjL^ 

LENGTH:   y.  k    ^  ,  fj  j  t 

COUNTY :  <^rg  „  //.^  


CONTRACT  AMOUNT:     $    /,  <£&z.  <*fio.z.Z- 
CONTRACTOR:        dj^J^ULi^tl     Q***''*-   *A < 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  ^j^^qj/. 

%  COMPLETE:  75~%  

%  TIME  USED:  *y/  %  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:      ^  £ 


NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10 


ACTUAL  COMPLETION  DATE:    . 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     JUUn,   Du-Mens  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j£g-  ADDRESS: 


GENERAL: 


A  ClL 


d&naka  c  -far  ^^A///,^    o.  a.  o 


 =£22  X  Li  UlA  L.  Lst     CI  u  ( , ,      a  ^J    At  a  *  *  v<rA->  ^/ 


LJLlL 


—  <^>r>d  ^3  A  or/     >~i    y>dt^  -/  ^n  -^-7  ^ >ZX  < 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  £f_££J&&o? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECTNO.:  7"/?  90  '3fs&)  Z. 

PRO  J.  NAME:  C*.  £_jL 

LENGTH:  /P.  Q 

COUNTY:  Pow£*t.  


CONTRACT  TIME: 


7  Z.     H/.  Q>. 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  gjg  

%  TIME  USED:   &  / 

NO.  MEN  EMPLOYED:   Z.  f 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 


CONTRACTOR :     J?<c  £TT£'a/   Co^zr.  , 

FROM  (town):      ^7:  >"»^,s  

AWARD  DATE:   tz2£Zi$£.  


DATE  WORK  STARTED: 


8t- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7-/ M3= 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     zJ  A4oss  £      /sue/?  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  & 


GENERAL:  (2 & ast/Ia<1  T&s?  /^^5  <Z£>OAL£J^2.  A  /  7~^s*r £ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

RINK  -  ORIGINATING  OFFICE      ••  CRM/BHB/sw/221F 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:        July  31,  1984 
F  731  (6)  43,  Ul  &  U2 
F  FF  7-1  (2)  46,  U3 
PROJECT  NO.:   City  Projcdt  41   CONTRACT  AMOUNT:  $4.350.724.30 

PROJ.  NAME:     Hamilton  South   CONTRACTOR:     Peter  Klewit  Sons'  Co. 


LENGTH:  3.8  Miles   FROM  (town):   Sheridan,  Wyoming 


COUNTY:  Ravalli 

AWARD  DATE:     February  28, 

1983 

CONTRACT  TIME:   120  Working  Days 

DATE  WORK  STARTED:  3-30-83 

ORDER  TO  PROCEED  DATE:  April  18.  1983 

PROBABLE  COMPLETION  DATE: 

August  1984 

%  COMPLETE:  98 

NO.  DAYS  WORKED  PER  WEEK: 

Various 

%  TIME  USED:  % 

NO.  SHIFTS  PER  DAY:  . 

1 

NO.  MEN  EMPLOYED:  15 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Allan  J.  Putt on  TELEPHONE:  363-4420  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^_       ADDRESS:  Hamilton,  Mont.  59840 


GENERAL:  The  Contractor  has  completed  Seal  &  Cover  operations.  The  seeding  has 
fceen  completedc,  Work  is  being  done  to  alleviate  the  drainage  problems  that  have 
occurc'ddin  some  areas.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:       M + 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECTNO.:     ffff  z£>\  3/ 

PRO  J.  NAME:  fe«T**<  Co*»f*  A/JS 

LENGTH:  ^.  5"  £  

COUNTY:  G/lAA//r/*-  

CONTRACT  TIME: 


$   gl    6  2*  ■  9  7 


CONTRACT  AMOUNT: 
CONTRACTOR:  ^ 
FROM  (town):  y4s//>C£>* 
AWARD  DATE:  ^  -  J?^> -<g^ 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  4_  

%  COMPLETE:   9s  % 

%  TIME  USED:   */a 

NO.  MEN  EMPLOYED:  /  "7 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  . 

PROJECT  MANAGER:   z/a^a/  J?  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      £  ADDRESS: 


GENERAL:        S^jza/TSLAct-qsZ       C  OS* S£ <T r \£ IjFAsL         eoDfsC  <Z"V 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  MlSS^L^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2-<T-cS?- 

PROJECTNO.:  £  2^4-  ~/0<$\  3  2-  CONTRACT  AMOUNT:  $  £  2/  Jft^.^r-^r 
PROJ.  NAME:  ^^t^rt*  Jct  W£,«*4rA.  CONTRACTOR:  As*#A*r 

LENGTH :   z    FROM  (town):  *£±L&3eza^A 

C0UNTY:    AWARD  DATE:        LrfaL  t. "f  1  % f  ? 

CONTRACT  TIME:       /&0      \A/.  D  DATE  WORK  STARTED:         [  _ 

ORDER  TO  PROCEED  DATE:  r^5^  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  O   %,   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  Q  °/£>   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:         //o/u/r   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^/Ua-iw  &  TELEPHONE:  £  +  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _y_  ADDRESS:         A//j$  gg^y x>  


GENERAL:   rXtf  —  C        <7~/?*Sc  r/o*s       Clo/v ^/Z^si/c *     s<      $r4Pnf<*  rr 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  //SO 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       7—  JPA^f 

PROJECT  NO.:    BHF  7/'/{f)  V  CONTRACT  AMOUNT:     $     &&/  V  ^.  /ff 

PROJ.  NAME:  B  ^PA^A^ef^^^  CONTRACTOR:    £Q.   T.  CO  P0S  *£*£S77 

LENGTH:  <£S"  £T.   FROM  (town):       Bi  >  /W'ff 

COUNTY:      /W<JSOU^   AWARD  DATE:  ^SO-fY  

CONTRACT  TIME:         /Oprt,^  C*/,         f  DATE  WORK  STARTED:       3~~  2^^- 

ORDER  TO  PROCEED  DATE:      5-Z/-lr</  PROBABLE  COMPLETION  DATE:  ^zlZ&t 

%  COMPLETE:   7  Q%   NO.  DAYS  WORKED  PER  WEEK:  S"~ 

%  TIME  USED:   6?%   NO.  SHIFTS  PER  DAY:   J_ 


NO.  MEN  EMPLOYED:  V   NO.  HOURS  PER  SHIFT:  £ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    dd^&£j£.  TELEPHONE:        S¥  9~  / 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _Z.       ADDRESS:  JjQi^/a^ 


GENERAL:  +  1  9jr±?  r  n 


/n    JL2±j£&i.  I  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:        //  02 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S  *  X  iM^L 


PROJECT  NO.:       ft]    ft  CONTRACT  AMOUNT:     $  0/*  7. /ft 

PR0J-  NAME:  M*«*f  /^-/fctt^i  CONTRACTOR:    /.^*  -  /£, 

LENGTH :       ^  ±ltd&&  FR0M  (town):       ^A/.  js  3  0  cAa 

COUNTY:  /^/^^   AWARD  DATE:   £ 

CONTRACT  TIME:  ^  Z7,  DATE  WORK  STARTED:   y  V 

ORDER  TO  PROCEED  DATE:     /£'~#¥~&3  PROBABLE  COMPLETION  DATE:  g-^/'^V 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   J£   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:    .3   '  £~   NO.  HOURS  PER  SHIFT:  ft  ~  9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     J  /tf    /^///,^.m^  TELEPHONE:  ^V^-^Vf  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2'  J  ADDRESS:         /?^fj&£ f 


GENERAL :    J7l         Gl&tds&gL:  JLk± 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  /^5jW< 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZJlt/^ 

PROJECT  NO.:    ^ggg.  2J"?f-,€3  CONTRACT  AMOUNT:     $J2?^  Q&6jJ>J? 

PRO  J.  NAME:  ^^4^^^^  ^    CONTRACTOR:  £^fj///mt~ 

  777>  r     „  ....    /i  '/. ' :  i\ ;  A//,  " 


LENGTH: 


COUNTY:  l/7>C*/rt  £&mt*J_ 


CONTRACT  TIME: 

ORDER  TO  PROCEED  DATE:  /P--/f-S3 

%  COMPLETE:  /J 6  

%  TIME  USED:  g£  

NO.  MEN  EMPLOYED: 


FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /j//? 

PROJECT  MANAGER:  TELEPHONE:  _ 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  •■ 


CRM/BHB/sw/221F 


DISTRICT:  L 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:      ?.  4   3- ;  6  Jf.  C 


COUNTY:  dJjg&^Q.  J AAfAtJ 
CONTRACT  TIME:  ^€f>7.   / /fJ'f 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:  6  

%  TIME  USED:  <3  

NO.  MEN  EMPLOYED:  <0 


CONTRACT  AMOUNT:     $  ^23  fS'S-  O 
CONTRACTOR:     /Ann  fofyc'n  J>JfC.  inC 
FROM  (town):  J/syo/^C 
AWARD  DATE:     rffr//3a  /tZf 
DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   fc.  £Jr/J/*4*r  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      /  ADDRESS: 


GENERAL: 


£&  Say  4*0 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE     *  CRM/BHB/sw/221F 

in 


DISTRICT:  It 3*  ~ tfiss°«/» 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


FOR  THE  PERIOD  ENDING: 

//£s  or) 


*///} 


CONTRACT  TIME:  LS^hy,  D&vs 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   J5"^ 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


2S% 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 
CONTRACTOR:  fitty 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


gfe*£  /?,  /rat 

/ 


0  - 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  A///? 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


/--2 


TELEPHONE : 
ADDRESS : 


GENERAL: 


^f'ne     CX>,  s^ftfiT^of  *     Jeff*      U*«r/£     a*      ^Ve    jPs-^/ect'  o* 

~7?>~*lfr  Set-uic*.  f>e/e<  Ai*><  j/zo      J>eeM  self-  

 .  T/«   fyt*>¥~  Is     H°u,  as,  da/c/  CasTfhj^f'  is 

_sr£_  7Vt  ^fs&St  /~f 

or  ^/e  sY^ca/  sY-?>r</o>rt/ji.  T~dsu     esY-/^3^^  j&ujtdZ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  M'^m/*- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  S~-3  ft?)  /3^- 

PRO  J-  NAME:    0*^  „-f /jjj,j5J'<;  / 

LENGTH:   5"   

COUNTY:  /^/f/j(^aU 

CONTRACT  TIME:  JZ^   

ORDER  TO  PROCEED  DATE:  ^'/C"^^ 

%  COMPLETE:  /<?  a  

%  TIME  USED:  /  j/  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ^gjM^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    '2Zj!&$$££Lg-  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  7^//7*  y  4~3L  7^/ ^7*7^  <&7<*^s  /ggg 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


MISSOULA 
(KALISPELL) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      JULY  31,  1984 


PROJECT  NO 
PRO J.  NAME 
LENGTH:     l6.8  MILES 
COUNTY:  SANDERS 


F-HES  6-1(26)29 


THOMPSON  FALLS  W.tf. 


CONTRACT  AMOUNT:     $  1,707,943.20 

CONTRACTOR:     qj.ENN  REHREIN  EXC.  INC, 

FROM  (town):     LINO  LAKES,  MINN.  

AWARD  DATE:      JUNE?" B.  1984  


CONTRACT  TIME:      QO  working  days 


DATE  WORK  STARTED:      .T„1y  k    i qa;, 


ORDER  TO  PROCEED  DATE:     July  2.  1984 

%  COMPLETE:   1_  

%  TIME  USED:  20'f°  

NO.  MEN  EMPLOYED:  15  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER. WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


.Tiitir  15,  1Qfl5 
5 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  _____ 

TELEPHONE: 
4  ADDRESS: 


Gary  Marin 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


827-4650 


Box  994  Thompson  Falls 
Montana 


GENERAL :      Contractor  began  work  on  July  6,  1984  with  crushing  operations  on 

plant  mix  stockpiles,  five  men  employed.    Clearing  beRan  on  7/20/84  with  a  three 
man  crew. and  is  80%  complete.     Culvert  installation  hngan  on  7/20/ftA  with  a  fivp 
man  esem  and  la  5y&  complete. — Began  setting  up  Hot  Plant  on  7/2Q/84and  plant  mix 

operations  are  anticiPat'ftd       bftSin  nn  7/31 M.  

■  The  engineering  crew  has  staking  of:  Culverts  98&uaaplfifce  1  

Digouts  95;°  complete 

 Clearing  100$  complete  

Leveling  90/6  Complete 

15$  of  the  time  has  been  on  secondary  assignments. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


:*  fit  V 

DISTRICT/:,  /V/jirofr, 


qui 


CONSTRUCTION  PROGRESS  REPORT 


02  ftfr 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:   A^'/  (f /Cp  7S 
PRO  J.  NAME:  fjCrf/tfS  -  3/?f£7y 
LENGTH:        /  ^   rt/ttLS  / 

COUNTY:  ^?#a/&a?/?S  

CONTRACT  TIME:  //fl  cO.Q.  +  &  Co. 
ORDER  TO  PROCEED  DATE:  3~3/-<$3> 

%  COMPLETE:  / QQ  Vo  

%  TIME  USED:   


7-  3/-  6/ 


of  H, 


X  Mitotan 

CONTRACT  AMOUNT:     $/  ^7iT  Z.6  jj £f 
CONTRACTOR:    c/^P/zK  G/2«7#&Z3 


FROM  (town):  rfc/eK.  /-to^rZsS/t 
AWARD  DATE:  .^/-  &  3  


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/<3-<8f 
o 


ACTUAL  COMPLETION  DATE:  ^-/Q-^^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^ -  z£  '  <?  V 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /^gfc/d/g^        TELEPHONE:  -  3?fi'7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Jt_       ADDRESS:      j&q  X   


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 
RTF  35-1(4)3 
RTF  ^6-1(1)0 
RTF  5-2(26)67  


See  Below 


5.0  12.0 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:  18.1 
COUNTY:  Mineral-Lake-Sanders 
CONTRACT  TIME:    Thru  Sept.  1.  1984 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


July  31.  1984 

CONTRACT  AMOUNT:     $  470,503.30 
CONTRACTOR:      Glenn  Rehbeln  Excavating.  Inc. 

FROM  (town):         Lino  Lakes,  Mn.  

AWARD  DATE:        April  30.  1984  

DATE  WORK  STARTED:       July  27,  1984 


0 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


Sept.  1.  1984 

5  


NO. 


8-12 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      K.  Chrlslnger 
OF  ENG.  PERSONNEL  EMPLOYED:  2 


NO. 


TELEPHONE: 
ADDRESS: 


755-5717 


P.O.  Box  400 


Kalispell,  Mt.  59901 


*  St.  Regis  Cutoff   

Plains-Northeast 
Poison-Elmo 

GENERAL :  Contractor  began  crushing  for  project  RTF  5-2(26)67  Poison-Elmo' 

 on  July  27.  Plans  completing  crushing  on  that  job  on  August  1  and  

 moving  to  project  RTF  35-1(4)3  and  start  on  August  4.  Seal  work  will 

 start  as  soon  as  the  mix  design  is  returned  from  the  Materials  Bureau. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  fll SSO£/lrf 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2-3  3/~  (3*/ 


PROJECT  NO.  :       3&  -/  C$ ')  ¥ 
PRO  J.  NAME  :<£,/,,  /^/9lLS  -  <?  ^CaJ 
LENGTH:         V.  3  S7/L£<> 

COUNTY :  S^/^77//=rt   

CONTRACT  TIME:     /ZO    oJ.  &. 


CONTRACT  AMOUNT 

CONTRACTOR:  7&-S7%f£  defSs7 


FROM  (town) :  &££1&/£<C £ j  oJrfSf/. 
AWARD  DATE: 


9-  3a  ~  (9  3 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  /Q-  &2> 

%  COMPLETE:  5~ Q  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  -fi/ly 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ///rt 


PROJECT  MANAGER:  <g  tfyfD/? /.c/ £L 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE :  &9Z  "  3J67 
ADDRESS:      /307^  ''/OO 


GENERAL:    S*/3 Cofi/7£#c7ZjeL  -  ^C//^Z/./a/^/^ 

/s  rrs^^l.^r^/y  s^/zastf  <S7ft.  ^So^an  To   3^?^.  77fc 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  ?1.  1984 


PROJECT  NO.:      BRS  548-1(3)4  

PRO J.  NAME:        Nest  Reserve  Drive 

LENGTH:   0  8  Miles  

COUNTY:   Flathead  

CONTRACT  TIME:  150  Work  Days 

ORDER  TO  PROCEED  DATE:        8-  2  8? 

%  COMPLETE:   98  

%  TIME  USED:  101  

NO.  MEN  EMPLOYED:         0  15  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      K.  Chrisinger 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 


CONTRACT  AMOUNT:  $  1,523,163.22 
CONTRACTOR:      Mcintyre  Const  Co. 

FROM  (town):        Great  Falls  

AWARD  DATE:  July  11,  1983  

DATE  WORK  STARTED:        August  1,  1Q8? 
PROBABLE  COMPLETION  DATE:      August  1984 

NO.  DAYS  WORKED  PER  WEEK:  __5  

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  8  14 


TELEPHONE:  755-5717  

ADDRESS :   P.O.  Box  400  

 Kalispell,  Mt.  59901 


CONSTRUCTION  SUPERVISOR: 


GENERAL :  Mclntyre  Const.  Co.  completed  the  Barrier  Rail  transitions 

 and  painting  of  the  pedestrian  rails.  Eridge  work  is  virtually  complete. 

Pack  &  Co.  placed  1"  Crushed  Base  and  gjfflgg  placed  the  Plant  Mix  on  

7-13  to  7-20.  

 Sub  Contractors,  Kalispell  Fence  and  Rich  Marriott  completed  their  

  portion  of  the  project.  - 

 Frank  Gurney  Inc.  began  work  on  July  23  installing  Guard  Rail  and  

 sign  posts.  

 Remaining  work  consists  of  paint  striping,  finishing  the  dirt  sidewalk, 

 seal  coat  and  cleanup  with  the  seeding  to  be  done  later  this  fall.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  P'^S'S'^ 

PROJECT  NO.:     £yg        /(/£.)  3  2-  DATE  SURVEY  AUTHORIZED:  /Q~£> 3 

PRO  J.  NAME:  Ce.£A*Wjtr/rjt  i/cr  £*<r        DATE  WORK  STARTED:  t~~Z/-<3* 

LENGTH :  /Z    ESTIMATED  COMPLETION  DATE:  //^^fP** 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:     jj^hsa^  tf.  &6£#0   TELEPHONE:  j^<st9-<0*7/  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &IzJ&<^- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

S  278-1(143 
Jackson  — . 

PMS  Overlay  & 
Widening 

SI 

M_029_(4]_  _____ 

Anaconda  Streets 

Overlay ,_Gr ading_&    _ 

Drainage 

PiH 

'/as 

Legion-  A—.  —•Whitehall— 

drainage 

Pitt 

1 

-  

F  86-1(5)3 

Br"Idge~r  Canyon  Road 

Slide  Correction 
&"~ecohsfruc~lon~  ~ 

pin 

&b 

F  47-1(1)0 

Anaconda- arm  Springs 

PMS  Overlay 

O 

6V 

F  29-1(10)43 
Twin  Bridges  No. 

PMS  Overlay  & 
Widening 

PlM 

O 

3? 

%+ 

F  50-2(14255 
Gallatin  Canyon  Road 

PMS  Overlay  & 
Digouts 

PIH 

JZO 

%* 

F-S5-il2_ 

Jack  Rabbit  Lane 

PUS  Qiterlay  _Gr_ing_  &_ 
Widening 

PXti 

%f 

FR  8-4(9)99 
Three  Forks  No_, 

PMS  Overlay  & 
Widening 

— - 

F  69-1(2)10 
Boulder-WTTitenalT 

PMS  Overlay  & 
Widening 

o 

'/ay 

M  1805(2) 

Holmes  Avenue  -  Butte 

Grading,  Gravel  Surf_ , 
PMS  Overlay 

Ptti 

M_816_(l__  ______ 

Elizabeth  Warren  -  Butte 

Gj_ad:_g ,  __ra__?l  _S,ur__.  ,  _ 

PMS  Overlay 

Pin 

H  0259(4)  U2 
Anaconda  Streets 

Overlay,  Grading  & 
Drainaee                 .  ... 

Pitt 

IR  90-5(45)256 
Cardwell  East 

Overlay,  Guardrail  & 
Leveling 

IR  90-6(45)307 

Bozeman  No.  Side  &  East 

PMS  Overlay  & 
Guardrail 

PIH 

7Z 

^3 

ST301/vf 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  '  CRM/BHB/sw/221D 


DISTRICT: 


Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Fllzls^ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 

STONE 

M-HRS 

USED 

THIS 

D17DADT 

PERIOD 

% 

LUrlr 

EST 
COMP 

TIATT? 
UnLCi 

IR  15^2(51)117   _ 

Buxton  Int.  No.  &  East 

PMS  Overlay _&          _  _ 
Guardrail 

/ 

UL  15nlQ2)LL  _   _   _  _ 
Lima-Red  Rock 

PMS  Overlay _&    _   _  _ 
Guardrail 

/rri 

3L 

/ 

IR  15-2(52^126 
ButteTTence 

Fence  Rehab. 

O 

o 

• — 

IR  15-2(50)93 

Melrose  TntTTJo.  Irr.  CltcTT 

Ditch  Rehab. 

PrH 

o 

c 

— 

IR  90^5(47)240  _   _    _  _ 
Whitehall  West 

PMS  Overlay _&            _  _ 

Guardrail 

Z 

1 

IR  15^1  (73)  38.   _   _   _  _ 
Red  Rock  Int.  No. 

PMS  Overlay  _&            _  _ 

Guardrail 

m 

o 

o 

ST301/vf 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  '  CRM/BHB/sw/221D 


^7 


DISTRICT 


3*M 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /7u-<£  %  /9A># 


PROJECT  NO.:     ^  £./  (S)  &> 
PRO  J.  NAME:    /?»6yt    fQ^-j  Agg 
LENGTH: 
COUNTY: 


CONTRACT  TIME:        <*S  UnfS 
ORDER  TO  PROCEED  DATE:  "  &4 

%  COMPLETE:  &S  

%  TIME  USED:  ff?  


CONTRACT  AMOUNT:     $  /^/Jte.OO 
CONTRACTOR:     JJrcy&y  CL^^j^i^cAi^ 

FROM  (town):  rr>chy/T)f  

AWARD  DATE:    2  -  29-  0j¥>_  

DATE  WORK  STARTED:  4 


NO.  MEN  EMPLOYED: 


/  t4,  & 


PROBABLE  COMPLETION  DATE:  6^  

NO.  DAYS  WORKED  PER  WEEK:     #  *o 

NO.  SHIFTS  PER  DAY:  .  /  

NO.  HOURS  PER  SHIFT:  g^.  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Tjrtrtn*  C  firoe/J    TELEPHONE:       7^Z~  /77  7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       A  l>  .  £»X    3 04,  g 


GENERAL : 


prejcjc^  mim&se.  oul  A&  CduJ^L  isms.  mdmc&eatL  Is&mieiid^ts 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/1/84 


PROJECT  NO . :  F  8-4  (10)  88 
PRO J.  NAME:       Tos ton-South 

LENGTH:  10.5  Miles  

COUNTY:  Broadwater  


CONTRACT  TIME:      70  Working  nays 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  iqq 
%  TIME  USED:  86 


4/16/84 


NO.  MEN  EMPLOYED: 


20- 


ACTUAL  COMPLETION  DATE:  7/26/84 


CONTRACT  AMOUNT:     $  1,100.805 
CONTRACTOR:      American  Asphalt.  Inc. 

FROM  (town):       Missoula.  Mt.  

AWARD  DATE:  2/29/84  


DATE  WORK  STARTED: 


3/27/84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


JUL 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  

TELEPHONE : 
ADDRESS: 


A.G.  Reather 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


(406)  444-6326 


2701  Prospect 


Helena,  Montana 


GENERAL :          The  project  is  completed  and  open  to  traffic.    Final  notes  and 
quantities  are  being  compiled  in  the  field  office  and  will  be  sent  to  Butte 
for  checking  by  August  15,  1984.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  &JTTG~ 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY 


FOR  THE  PERIOD  ENDING: 
fLTF  et-ZO)  3> 

£ri:  io-3£i-Q  — 


73  Ai/l 


AS 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:  9-j-&4-  <%y}Jir^  D^t4-  DATE  WORK 
ORDER  TO  PROCEED  DATE:  4-3C-34- 

%  COMPLETE:  /on  

%  TIME  USED:  - 


STARTED: 


ST-JZ.-84- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  9-1-54- 

NO.  DAYS  WORKED  PER  WEEK:  7  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:         /g  -/Z.  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  _____ 
PROJECT  MANAGER:    <5  /) .  S/TToaJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


ftp  ,  fiox.  J  no 


GENERAL: 


IZ3U 


«2-  Cry, 


t  7*^rn  ~ts±  he.  rZ&r,^  cr&  &  TJT  fo  -  3(<tz)  J  A  8. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE      *  CRM/BHB/sw/221F 


DISTRICT:  *R/j4*f-i?L 


FOR  THE 


CONSTRUCTION  PROGRESS  REPORT 
PERIOD  ENDING:  S- 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


 /AS'  mi-  


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  "3  I  

%  TIME  USED:  *T 7  

NO.  MEN  EMPLOYED:   


CONTRACT  AMOUNT:     $  3,  3*4%* 
CONTRACTOR:  6 , ^  rftr 

FROM  (town):  /^g  

AWARD  DATE:  ///la/f1/  

DATE  WORK  STARTED:  *//4/ff 


PROBABLE  COMPLETION  DATE:  ~7/'/P*f 

NO.  DAYS  WORKED  PER  WEEK:  *f 

NO.  SHIFTS  PER  DAY:  Z.  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^"/^/y/f>g  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


f&nce.  /s  7jSj&_  Q/rrnf  l-e~l°Q>.  Gt*£&£ >»  $ 

Pf.  Mi*  rfjjr,    7A?  P/*«s  <m  m&tiis  t/st  £&£t 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2  Aug  84 


1-15- (27) 58  U-2 
PROJECT  NO. :  F  89-1 ( 4 )Q 


CONTRACT  AMOUNT:     $  7,977,640.10 


PROJ.  NAME:   Dillon  South  (N  S) 
LENGTH:       3-6  Miles 
COUNTY: 


Beaverhead 


CONTRACTOR:  Beyer* a  General  Constructors 

FROM  (town):     Butte,  MT  59701  

AWARD  DATE:  3-5-82 


CONTRACT  TIME: 


250  WD 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 
%  TIME  USED: 


4-19-82 


98 


None 


NO.  MEN  EMPLOYED: 
ACTUAL  COMPLETION  DATE:       6  Jul  84 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


4-19-82 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:     24  Apr  84 

PROJECT  MANAGER:   Caprara   TELEPHONE: 

7      ADDRESS:     PO  Box  1342 


DATE: 

Jul  84 

WEEK: 

5 

1 

9 

683-6290 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Dillon,  MT  59725 


GENERAL :     Mark  Rite  Lines  Inc.,  sub-contractor  has  come  in  an  finished  striping 
the  Project,  general  clean  up  has  been  completed.  The  Project  Has  been  completed 
on  July  6,  1984.  It  is  100  %  complete.  Have  sent  final  notes  an  etc.  to  Butte 
this  is  the  final  report  on  this  Project. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  c    2HQ  lutte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Awgnst  3,  19*4 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


115-3(42)150  ui 
lerni.ee  -  lasln 

0.07  Biles  


Jefferson 


CONTRACT  TIME:     120  working  days 


ORDER  TO  PROCEED  DATE:     Oct.  30.  19t3 

%  COMPLETE:   94  

%  TIME  USED:   63  

NO.  MEN  EMPLOYED:         6  to  10  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  917,*15*9Q  

CONTRACTOR:     Mclntyre  Construction  Co. 

FROM  (town):     Great  Falls.  Montana 

AWARD  DATE:     Sept.  2Q,  19t3  

DATE  WORK  STARTED:     Oct.  2Q,  19t3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


Ajgnit  31.  19t4 

5 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


Robert  Gilman 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


225  37** 


P.O.  lox  11* 


la sin,  Montana 


GENERAL :      Progress  daring  the  Month  kaa  been  good.  The  project  is  complete 
except  for  some  concrete  finishing  and  "clean-up"  around  the  bridge  sites. 
All  items  are  100%  complete  except  for  concrete  (99%)  and  work  bridges  (72.5  %)< 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-1A 


DISTRICT: 


2130  -  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  3f  1984 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 
COUNTY: 


Tii-y&?y)0  it-? 

Bprptcp  -  Basin 


Jpf f prsnn 


CONTRACT  TIME: 


I?1"?  vnrkipf  &SLXS 


ORDER  TO  PROCEED  DATE:      Mav  79  L3B.4 

%  COMPLETE:   22  

%  TIME  USED:  

NO.  MEN  EMPLOYED:  q 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  *fiSf081.48 
CONTRACTOR :      c.o-n  Copstrnctfton  Co. 


FROM  (town) :  p.nHr^s,  Mortan?  59104 
AWARD  DATE:        Wlh1  ^  1984  


DATE  WORK  STARTED: 


lung  I,  1A84 


PROBABLE  COMPLETION  DATE:  nrt .  -"984 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  H,-ro1d  /.  gjgfcg 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  118 


Rasin,  Montana  59r^l 


GENERAL :      Du?1  ^troeturrp  g|  Sta,  9344--T c CO ;  Formed,  placed  -?nJ  tied  Qpi-forc- 
£t-pP1    onrl  riafis    ''^  '"onr.rptp    fnr  ".--rt  No.    4    (>Tn     &  ■.lolmnns   pp^   ^eiitP  VP , 

1   rhrn  A   ('No.       S.n.)   Ciaaaaheaai&j    r.lrr.  hacWfillinp  al1  FooH  pgs.  ,  

Dogl  Structure^  at  Jta,   T708+QO . 00 :  FrcavateH  all  Footings,,  Formed,  rJUvged 

afld    Mgrl   Bpin'orfino    SItbI      r> f3   Qjagj;    'Ti   "nnr-pt"    fnr   .'11    EaOtiagfi    ""d  CflluBBli 

rilsggj  -ti<~*  p?rt"  No.   1  *t  4  "rn^p^e."l'''^  gj^jLnfojrciog  rfp^ 


Is  • 


•■Inn  '  ,-.r».  tr?"tor  "1.sof  started  b  -  cfe  g  i 1 1  tog  gl]  Footings^ 


Percent  complete  for  ito™"  -re        follo^F;   Structure  ryc3Vtlcr  Tvn"  T  Q57; 


T?pjrcor<:in  Ot^p1 


■ri  74 1; 


■r  i' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  ' 

3255-2914 


DISTRICT:  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  July  31.  1984 

PROJECT  NO.:       1-15-3  (42)  150  U-3  CONTRACT  AMOUNT:     $  13,569,729.92 


PROJ.  NAME:         Bernice-Basin  CONTRACTOR:       Sletten  Const.  Co. 


LENGTH:              6.9  Miles 

FROM  (town):     Great  Falls,  Mont. 

COUNTY:  Jefferson 

AWARD  DATE:  4-30-84 

CONTRACT  TIME:    280  Working  Days 

DATE  WORK  STARTED:  5-29-84 

ORDER  TO  PROCEED  DATE:  5-26-84 

PROBABLE  COMPLETION  DATE:  11-1-85 

%  COMPLETE:  4 

NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  14 

NO.  SHIFTS  PER  DAY:  .      X230GG8  1 

NO.  MEN  EMPLOYED:  55 

NO.  HOURS  PER  SHIFT:         8  &  10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     IJilliaa  G.  Bork 

TELEPHONE:  225-3962 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      10        ADDRESS:  Basin,  Mont. 


Box  118 


GENERAL :       Blattner  Const,  has  been  moving  dirt  and  rock  in  several  different 

 areas,  thruout  the  project.  

 Abcon  Const,  has  been  drilling  and  blasting  in  cut  areas  around 

 ata.  900  &  1108  

 Swan  &  Sons  has  been  clearing  &  burning  thruout  the  project  and 

 putting  water  &  sewer  lines  in  at  Basin.  

 O'Neill  Const,  has  been  installing  pipe  thruout  the  project.   

 Northwest  Fence  has  been  putting  in  fence  on  both  sides  of  "C" 

 line.  

  Rainbow  Const,  is  handling  the  traffic  control.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:       71.30  -  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Wl1Bf-  ^  1034 


D'PP    orn    of  tVO 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


n5-V4?x 1  SO  tt-- 
T*"rnicp  -  TV"ein 

0.  33  mi  baa 


CONTRACT  TIME: 


■?an  worn.'?;  aasa 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED: 


M--y  °91  1Q?4 


14. 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $   ? ,  7Qn.orin,oo 
CONTRACTOR:     S1°tte-  m--gtructlo=  Co. 


FROM  (town):     nreat  F^lls,  Montp^g 
AWARD  DATE:  o0,  1"P4  


DATE  WORK  STARTED: 


m-  >  2X  ISM 


PROBABLE  COMPLETION  DATE:  "ovwhRr  IgP 
NO.  DAYS  WORKED  PER  WEEK:  g 

NO.  SHIFTS  PER  DAY:   i 

NO.  HOURS  PER  SHIFT:  p 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  , 

PROJECT  MANAGER:     p„rn1.  .    ..MoSo  TELEPHONE: 

ADDRESS: 


■  LP  TP 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


,    Mo -fa   a  SO''-0! 


GENERAL: 


'tru-ti-rp  >v-,?r  ^f.   0/7  1  ftp  0'  •  Tovp  ''te"1   "T-T''  14       73  g££vt£g  EilZ 


1?  ■-i'tv^-h; 


"o-  «°  1 ,   ^aced     gj  ti>  '  tb 


nsSagf  "t  "f 


1  f-  a  -'        n  £  p 


-->  th     S£2-J  "u 


r,fnt:,c;  ?To„  3  (v„c",)  crpf-sb?-3TP*„  St-nr- 


Itructurp  *t  Sto,   1r>f>?  7"3' 


°tart' 


'  -p  1 1  i  t 


Work  "rld^.  g^g]  "trurtpro?  -t  r)- ,  1 110+° jjj .  so .  *-0  T-n--y-    -,,u-i  [*trtr£*Mrr^f  t- 
Sta.  LLSgaJQ  p^-^n  aarit    £aa3  Stractaraa  at  11  sQ'-sn.""-  -»f  iorl  atoe  tv 

"r-"?f*f? J  Beams  foy  ^oth  '"h^   ""T-tb  rnv*:hb"iin^  stTrturo,    'l^o,  BtPTt£ 

■p^rrn^o<T  *- ■  rV",?' n  c  gntj  g j - n hr  ] ^ms  or»  both  "triirtn""f  .   rtructwro  "t  "t^  1 ,  5 : 


p0f  1°5'  SSSS  Si  "~rr "tr^T?^  ^p  ~tt)c  tb"v.   "I.^p  f o^mp^ .  nl""p^  ^-i-h  ti.pH  "^j^- 

frrcip<»  Sfc*«?1   php'  71-'  •  <s         "nnrr»f«  fir  'Vntr  T'o.   !fct?  b  i  rrkr"  1 1  g  .-nH  Tr,tP~- 

C 0 n t i P "  P  **  P -.  -p<» p  ° 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE       ..  CRM/BHB/sw/221F 


DISTRICT:       ?-no  -  mitte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       \nt»1Sf  v  1Q8£ 


re  tT?o  of  tT 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


1  Pi 


CONTRACT  AMOUNT:     $  ?,  7r'Q,OPO  ,QQ 
CONTRACTOR:     flatten  nonstr^cti""  no. 


0  ^°  miles 


FROM  (town) :  Cr?at  F"1 1%  Mnnts-a 
AWARD  DATE:       ^ril  I2M  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  y3v 

%  COMPLETE:   y, 

%  TIME  USED:   ^^ 

NO.  MEN  EMPLOYED:  19 


9Q  lOfiA 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10R 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  nr 


r  A  rt  rj  Q 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


fi 


118 


Basin,  Mont^~  ^9r01 

GENERAL:  Ou* 

7"  '-° 6  7P: 

T>rov  r't"'  1           1/  --  y.  p-rvir 

crv-   i^nl"'-  v,->. 

ft"  j  >      f5n<J     "onf  »TD 

v  P{-««i  9fi"  v  -  ^i-  e  Fits 

-*  1  op       "p f?j **tflf  &  1  '~ i  1  -'"  G G ■ 1 

9n^  tie^ 

r^ln^orrin"  Rteel   rnd  c  1  *  p  r  AT"- 

hp 

ir<3   no.    f    f**S)  r-ror 

sbesms".  S 

tructure  et  ct.9.  75--?0.w-  r-t  all 

Hl»   fin*  Ttm« 

Tt  ' 

for  this 

structure o         contractor  ^-l^o, 

I*  A"**?ri^          1  &  •  ",  r 

-1 

■"  r>r'    h4e*d  ■,^l'n':0"Pi"irr 

4  «if)S,c  .»t>'  fnnc"9t"  *or  ^eof  ,e  *To„ 

,-,r!      ,f  .srf»if».Mf?t>p  rH  -r 

» t t~  9  rTv',°  i 

?t 

-  -Pot  f.  t  etna   i ?  r  n  f  f 

rtl  lor-n :  ' 

tmctu-e  2 — v-tv-n  '!,v  --  T 

HP  1.4  r  7°  Pi 

y  73  Pile 

Drive  52*':   ryn"  X  •5-  'tr1  rine 

'Ml-!  Furnish 

Pile  Drive  6°'=  Reinforcing  Steel  5°'; 

Couctotft  Clai 

AP  7?'  ;T  ridge  Survev 

Controls 

3**:  Work  Bridge  75"';  "bntment 

p 

**cstressed  Befl^s  Tv~ 

P'rnstrossof1  **e8Tn9  T'?t>e  '  r0"' 

?n-!  Structure 

1 

Steel 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  3i^£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    rf»*«aTr  / 


PROJECT  NO.  :    j£ /S 
PRO  J.  NAME:    ^/Htx-M , 

LENGTH:  2s£j&&&££ 
COUNTY: 


■3  fa)  U 


CONTRACT  AMOUNT:     $/6  3J/  * 

   y  y_s.  

Si**,** -So.   CONTRACTOR:  7**/    &*/sr.  /To. 


FROM  (town):  /rftssouz*  /rf*~7. 
AWARD  DATE: 


CONTRACT  TIME:  &S2j**£&*!dL  D'tfs 
ORDER  TO  PROCEED  DATE:    J~*,4/ jot  /?& 

%  COMPLETE:  g  

%  TIME  USED: 


6,  i£££ 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  .   

NO.  HOURS  PER  SHIFT: 


o 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO 


OF  ENG.  PERSONNEL  EMPLOYED:  J9 


TELEPHONE: 
ADDRESS: 


GENERAL:   /3sr  z&MSJLMm&BtmL  €at*&f$J£*UUL      j&St  °" 

/>/z*s j^iuy     snSA&sse    Sa+t*^      u""c*     /s  if?'  «^»</^/>yf  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z"~  84 


PROJECTNO.:   Tf?l£~3  (<4L\ilS  CONTRACT  AMOUNT:     $  3,  $88s  OPS-  43 

CONTRACTOR:    /jWt<-,cah  fts^\\o\VT  Uc  ■ 
FROM  (town):     fcgfl^  UV  . 
AWARD  DATE:        Z-Z0}*-  84  


PRO  J.  NAME:    jJX*r*o«  Ci-L    ^  j  S 

LENGTH:       M.S  mi  Ls  

COUNTY:  Je^EWsem  

CONTRACT  TIME: 


loo  kj.  V- 


DATE  WORK  STARTED:        <£>  *  7^  84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  14 
%  TIME  USED: 


31 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


1 


NO. 


3  ilo 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE 

H  ADDRESS: 


PROJECT  MANAGER:  J,  U  Be-tt/e. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


449"  2S6> St  444-6338 


AERALj     Con-lrAc-lor-  crashing  and  s\-acLj>i   -plan-i  rvv>v  iwft.lK.ri a \ 

rcxwvoS.  Be<)a»  yaoi^emc,  <oP^«-Q.4-  ion S  >2±  23 


GENERAL: 


vOor  <  t  n 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  8/1/84  

IR  15-4  (55)  200  & 
PROJECT  NO.:      ir  15-4  (59)  217  CONTRACT  AMOUNT:     $  3,988,151 

PRO J.  NAME:  Helena-North. Wolf  Creek  Can . CONTRACTOR :       Hilde  Const.  Co..  Inc. 

LENGTH:        28.7  Miles   FROM  (town):      Great  Falls,  Mt. 

COUNTY:      Lewis  &  Clark   AWARD  DATE:  5/31/83  


CONTRACT  TIME:        124  Working  Days  DATE  WORK  STARTED:  8/3/83 


ORDER  TO  PROCEED  DATE: 

6/23/83 

PROBABLE  COMPLETION  DATE: 

7/31/84 

%  COMPLETE:  99 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  99 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

35 

NO.  HOURS  PER  SHIFT: 

11 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  a.g. 

Reather 

TELEPHONE:            (406)  444 

-6326 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _1_       ADDRESS:   2701  Prospect 


Helena,  Montana 


GENERAL :        Progress  has  been  good.  The  project  is  complete  except  for  the 
second  coat  of  epoxy  paint  on  the  striping.  Final  notes,  quantities  and 
supporting  data  is  being  compiled  in  the  field  office.     Notes  will  be  sent 
to  Butte  as  soon  as  possible.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  " 

3255-2914 


DISTRICT:  'Bu'U-e 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        8  "2-^8^ 


PROJECTNO.:  Xf?lS~4(£o)19Q 

PRO  J.  NAME:   JgSVscA  Co.  i'mt.  t^cx-Hy 

LENGTH:  1  O.  4  *,  U  s  

COUNTY: 


CONTRACT  AMOUNT:     $  Z^9i}i03'  SO 
CONTRACTOR:     E^^re  S<k^  |  &mV&\  Co.,  I 

FROM  (town):    "fe  "Amy  )  VkV.  

AWARD  DATE:  l*-30^&4- 


no. 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:      4  -±6,-84- 

%  COMPLETE:   ^?  

%  TIME  USED:   "79  


NO.  MEN  EMPLOYED: 


So 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  . 
NO.  HOURS  PER  SHIFT: 


&~24<-$4 


&  i,  iZ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:    JV.  ~B>&UL 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  11 


27  Oi  Pros  peel  A*>C 


GENERAL: 


^  gftjjj 


O.G.F.C.  on  7- 3- (5*4    an  J 


Q\»J  It 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       2  AuS  84 


PROJECT  NO. :     F  49-1(2)9 

CONTRACT  AMOUNT:     $  897,903.15 

PROJ.  NAME:    Dillon-Twin  Bridges 

CONTRACTOR:  Baltrusch  Construction  Co. 

LENGTH:     7*3  Miles 

FROM  (town):    Harve,  MT  59501 

COUNTY:  Beaverhead  &  Madison 

AWARD  DATE:  4-30-84 

CONTRACT  TIME:       70  WD 

DATE  WORK  STARTED:  4-30-84 

ORDER  TO  PROCEED  DATE:  4-30-84 

PROBABLE  COMPLETION  DATE:           Sept  84 

%  COMPLETE:  40 

NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  43 

NO.  SHIFTS  PER  DAY:  .  1 

NO.  MEN  EMPLOYED:  5-10 

NO.  HOURS  PER  SHIFT:  10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara  TELEPHONE:  683-6290  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _7_       ADDRESS:     PO  Box  1342  

Dillon,  MT  59725  

GENERAL:   The  contractor  has  excavated  all  the  cut  areas  an  backfilled  the  areas 
they  are  holding  up  good.  Also  he  is  crushing  Paant  Mix  material  for  roadway. 
Also  is    crushing  Top  surface  material  for  roadway,  plus  cover  material.  The 
overall  Project  is  running  very  smooth.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  BC/TVTr' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:      HE'S    SO  -zf\  3)  8  7 
PRO  J.  NAME:    U  ^jje.  of  Bozeman 

LENGTH:  Q.  O  mh.«  

COUNTY :  ^Aluat,*  


CONTRACT  AMOUNT:    $    l  3  do 


CONTRACTOR:     MidlsnJ  f/ec^r.c  Co. 
FROM  (town):       BillinjS)  M+.  &*TIQ4~ 
AWARD  DATE:  9-3Q-&3  


CONTRACT  TIME: 


4-s"  w.  vms 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  4-B 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  SlTTohJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  — . 


P.O.    &>x  /l/o 


GENERAL :       >S?/^a    Saii&WXuGg  r  6.  a-  "  g  ^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^jtT^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.  :  0g0fi£.  CONTRACT  AMOUNT:     $  .y  ?  *  iSS" 

PRO  J.  NAME:  g^gg   ,5^,  CONTRACTOR: 

LENGTH:  ~£    s*?/A^^   FROM  (town):   


COUNTY:  gj^g^   AWARD  DATE:  ^   

CONTRACT  TIME:  y^n   DATE  WORK  STARTED:      J,.^  yi  ? 

ORDER  TO  PROCEED  DATE:     /j/^  PROBABLE  COMPLETION  DATE:  /f^f 

%  COMPLETE:  *    NO.  DAYS  WORKED  PER  WEEK:  S" 

%  TIME  USED:   -7<T   NO.  SHIFTS  PER  DAY:  

NO.  MEN  EMPLOYED:        i/sfi&jTS   NO.  HOURS  PER  SHIFT:  J?  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      .^Lp^ct^x^  TELEPHONE:  -  4  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      &  ADDRESS:  x  g  


GENERAL :  aftag^ttfig^g   tSM     tKUBIdim  Cst  Cr/tu*\f/ ^/t  erJ  <Z*.f*uut?droA] 

/sstr-  /sl,<-^J  £ ^n/  /x?^/~s3iAi  OUt  Z^C*  7^/V>/^  7*i^<2  OBUJbJL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE       '  CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <fr4^*' 


PROJECT  NO. :. 


PRO  J.  NAME:  ^Z^^T  y?y?/?^ 
LENGTH: 
COUNTY: 


yZy?y?yrT  

CONTRACT  TIME:  <U/  y? 


ORDER  TO  PROCEED  DATE:     <^  ? 
%  COMPLETE:  Srsz^rvses-J 
%  TIME  USED: 


sy?s?  s&ss2  y  _y><?yis>  * 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  -^fc^  ft?  9S~ 

CONTRACTOR:     ^y  fy?  *S  

FROM  (town):  ^fT^S?  

AWARD  DATE:      *S^y  //,  S9gSj 
DATE  WORK  STARTED:      y^j/^Jr  J/,  /9<?3  -  <?*S& 
PROBABLE  COMPLETION  DATE:  S?^^r 
NO.  DAYS  WORKED  PER  WEEK:  y?^y?  ^ 
NO.  SHIFTS  PER  DAY:  _ 
HOURS  PER  SHIFT: 


NO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  4/y?>?y?y  /Zy?y?yy<y-*y 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  -3* 


J#£.  sZ<?y  yyyyy 

yZ'tf  r^r^^o^y  sy7~ 


GENERAL:     ^y^f^^yf^rss  yP^Ssz/^y*  yTySy?  ^y^ypy^^P  ,&>rsr>S 

^s^ys/T^?  t&Sss>sj  xg/g  ^wug,  ^fV^^^gv^r  ^=^xr  yyyyr  ^y~  

^?s?s?s7S/fsZ'    s&s?s>s!?£>g'  ^/yyr^t  JV>'/<y^y-^,  s&fs&Z.  s'y^yyzyy^'^ 
<yy*y^yry? ypyrtyt:  ^  y^yrySsTyfy?  y,  ^y^ryp^yyyy  y^ypj  y2<Zs<f  yryyyyy' 

y&ryPy*-y?y?yyy?yZ>>  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ s w/ 22 IF 


DISTRICT:  &U7T& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Q-3L-  84- 


PROJECT  NO.:   BSF'^cS   jfe.*?  fe/J_ 
PRO J.  NAM! 
LENGTH: 

COUNTY:  O^LL^TJM 
CONTRACT  TIME: 


P.  4-  a);J*j  


CONTRACT  AMOUNT:     $  ^.6,^37.96 
CONTRACTOR:       t-Onj    ^V^tC^cl /-/ q^-. 
FROM  (town):  Rc>7^^^^ 


AWARD  DATE: 


//O  u/.  PAyi 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  <^-lU-?3 

%  COMPLETE:  <}8  

%  TIME  USED:  -7.5-  

NO.  MEN  EMPLOYED:         O  -  jjL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   i 

NO.  HOURS  PER  SHIFT: 


SL  


3  ro  IZ. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  |- 

TELEPHONE: 
ADDRESS : 


/?o.  60^  /no 


PROJECT  MANAGER:    G,A.  Si  777>aJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 

*ii  * *u  • 

GENERAL :        ST£.,fnS^ll(g^£.A}  &r,J  pa-r^  ofi  O^rl^Oj^  

\l*J-*sJ  during  /r)erv>r4-  &rri**c  fefeal 


J* 


/to     £     /7J*m       Qj  O  r  i^f. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  .^jfegggg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ^c/^^y  J/,    /9<#  V 

PROJECT  NO.  ■.s&sZ^' SSsTS  ^tZ-Zfy)  /    CONTRACT  AMOUNT:    $^/^  ggg£Vg 

PRO  J.  NAME :  ^^g^jgff  ^^^^^^^^^CONTRACTOR :  ^^^^"^^ 

LENGTH :  ^V^y/^J   FROM  (town):    ^^^gjg^g^  >**7r ~3~97/S~ 

AWARD  DATE:  c£>.^6-<£>3' 


COUNTY: 


CONTRACT  TIME:  S?^> y~T 

ORDER  TO  PROCEED  DATE:  &>J6*fT 
%  COMPLETE: 
%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  SW^sf 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  /^Ts?>ey JS*"*  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:      ^P^sCsT  ^*£g*g}&.  7~  /^Ute A* t-sa/ 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


-?7 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  2.  1984 


PROJECT  NO.:      IR  90-4(37)230  

PRO J.  NAME:      Homestake  Pass  E  &  W 

LENGTH:   9.7  Miles  

COUNTY:  Jefferson  &  Silver  Bow 
CONTRACT  TIME:  go  riayg  +  g  n.n. 
ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:  57%  

%  TIME  USED:  47%  

NO.  MEN  EMPLOYED:  ftfl  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       R.T.  Wilson 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  8 


CONTRACT  AMOUNT:     $  3.591.397.20 
CONTRACTOR:        Jim  GiLnan  Bxc,  Inc. 
FROM  (town):      Butte,  Montana 

AWARD  DATE:        Jan.  30.  1984  

DATE  WORK  STARTED:        Marr.h  91  \  1  gft/, 
PROBABLE  COMPLETION  DATE:  30/34 
NO.  DAYS  WORKED  PER  WEEK:  6 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:         12  Ave. 


TELEPHONE:  k&ke&Btb 
ADDRESS:  Box  3068 

 Butte,  Montana 


CONSTRUCTION  SUPERVISOR: 


ENERAL:   .Tim  ftilman  Excavating,  Inc.  completed  open  graded  friction  course, 

August  2f  1984f  on  westbound  roadway.  Work  on  underdrains  completed  August  

2f  1984.  Shoulder  gravel  is  being  placed  along  roadway.  Crack  Sealing  

operations  were  completed  on  July  16 f  1984  by  Missoula  Construction  Supply 

resetting 

and  Service.   T.in   P.nn  struct  ion  began  jMMBBg  concrete  median  ra.il  from  

eastbound  roadway sOpoeeocegogCQesag^  on  July  31,  1984.   Westbound  ditch 
was  paved  on  Auq_p  1.  1984.  ,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^X^O 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  s4&&&£?7~ 

PROJECT  NO.:  '^/^)^Z^ 
PRO  J.  NAME:  /jjUi<'*Zk*9<&-  ~&*304Z&<L- 
LENGTH:  & 

COUNTY:  jZ&SWf^SS&lJ  

CONTRACT  TIME:        S*2&  ZZefS 
ORDER  TO  PROCEED  DATE:  ? 

%  COMPLETE:  S  *s£>  

%  TIME  USED:  *2  %  

NO.  MEN  EMPLOYED:  9  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    c/j&/CX=SQ<<J  TELEPHONE:  7'f?7r 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^       ADDRESS:  ^gy^/^^: 


GENERAL:     <^&4;72f>?<?SZ>*?     &*<A%S<&Z&    <&£*<6e9siC&  g^feggg  <^2S&fc^gS 


CONTRACT  AMOUNT:     $   ^  <£7&  « 

— >  y  

CONTRACTOR:  ?6^&^£ZUsSZe  <£y  /4,C 
FROM  (town):  t^OT'/'^J 

AWARD  DATE:  &&C^  

DATE  WORK  STARTED:       t^g>^  ^, 
PROBABLE  COMPLETION  DATE:  tyfefS, 
NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  ?  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  BU77& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &-Z.-S4- 


PROJECT  NO.  :  -Z">g  90-Cf+3)  3/ 3 
PRO  J.  NAME:     Zoa«Y  Cahvoh  f^M^^A-y 
5".  3  mi  Uss  


LENGTH: 
COUNTY: 


&  ALL.  ArTl  <Q 


CONTRACT  AMOUNT:    $  1,819  o34-,Q8 

— •  >  

CONTRACTOR:     rfc3T»Ajre.  Q> . 

FROM  (town):  <3/^tX 

AWARD  DATE:  ~7-J)-83 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  <g-3-83 

%  COMPLETE:  «?7  

%  TIME  USED:  Bl  

NO.  MEN  EMPLOYED:  J3 


ACTUAL  COMPLETION  DATE: 


DATE  WORK  STARTED: 

1 

->8-Q>3 

PROBABLE  COMPLETION 

DATE: 

9-J-84- 

NO.  DAYS  WORKED  PER 

WEEK: 

SST 

NO.  SHIFTS  PER  DAY: 

/ 

NO.  HOURS  PER  SHIFT 

/o- 

J  i- 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:    <z.A  .Si  T7t>*J 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL: 


iiE,ivLL,.      £>.G.F.tL.    cJA-s   nrtToyfi /e-y~<?*zs   cm    s-^->  -cj  t—    s>+?ce    sie.  ^f"<L*. 


—  '<y — *~  '  -— "  '  "  -  ' — ■  *■  •/ — ■  —  -p  — yr —  jT~  »  '.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRI CT :  s&'4S77S& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     £/is£y  S&^f/ 


PROJECT  NO.  :  -  ^ 

PROJ.  NAME  :.^»?  yT'^^/g- 
LENGTH: 
COUNTY: 


CONTRACT  TIME:        £2^  ^  ^ . 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  -J & 

%  TIME  USED: 


J7 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $     'P^  7>J<6,0<2 
CONTRACTOR:     y¥*0*3&(Z  a^^Jf.  7Tj/<Z^ 
FROM  (town): 
AWARD  DATE: 


y!?s  7sf7s?  -v 


DATE  WORK  STARTED: 


^~yy^f^ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  /s&Wy  s?. y&MMW"?  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    3T  ADDRESS: 


GENERAL:       ^^^^/^  ^?*yys^>s£   PVSs!?  y*Z*>£/^*£>  /S^PS  y^^rs/ 


y}>yy>  y£>y assist   yyy<&/  ^^^yz^r    y?&*g  yyyy  yryyspyjss^y 


y      yryjsT- ^0 . 


^  tZy.ya.  yZysysy  <*>sy>z  /^r^,  sS>Ssa 

yfyssjy  yyy^y  y?  7~  yy^/^  y-  y.y?.  s'yy.  y^/^?sy  ^/s^ry 


//y^y&asj  ys  ^y  yP/yy* . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      Bu  ~H~^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


■■       Af/Z/2.  (5s) 
/ 1   

CONTRACT  TIME:         /Q-/-  #4/ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     $  /  / 95*.  «> 

CONTRACTOR:   Z/AA  £,  Iaa  a V       tA  *a+/a*j 

FROM  (town):  Bu   

AWARD  DATE:         S&  pi.   3%  L2&JL 
DATE  WORK  STARTED:     /Joy.  ? 


ORDER  TO  PROCEED  DATE:      /Q-*>-  83 

%  COMPLETE:  <^J?  

%  TIME  USED:  ~~  

NO.  MEN  EMPLOYED:         /S-  /&  

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:  zlzJjj 
NO.  DAYS  WORKED  PER  WEEK:  J~ 
NO. 
NO. 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


2 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      V   :      _      ,  TELEPHONE: 

ADDRESS:      />g.  ///O 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


*e<sss 


\<5qcL 


Of 


J*- 


—  /-  v- 


L  <5 1  ~> ' 


2?/g/1  //£/ 


•'00  2s. 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    sL^s^X  /<?*2*/ 


PROJECT  NO. : 


PRO  J.  NAME:     /&y?<6y  g^^4^f^g^g 

LENGTH:  X-   

COUNTY:  ^Ei^£^^L  

CONTRACT  TIME:  y9<fV 
ORDER  TO  PROCEED„DATE: 
%  COMPLETE:  J 
%  TIME  USED: 


CONTRACT  AMOUNT:  $_ 

CONTRACTOR:  <^^*7^->S  

FROM  (town):  y^tsT-r^"  

AWARD  DATE:  y$>*?3 
DATE  WORK  STARTED:  /P*??'  Pf* 

PROBABLE  COMPLETION  DATE :  S9<??~ 
NO.  DAYS  WORKED  PER  WEEK:  <S* 
SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED: 


NO. 


NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  t^X^y  X*  /gep^V  TELEPHONE : 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


y?<?.  yr<*x  yss 


GENERAL:        ^Z>?S ^sP^TSS  ^Pt/^es^saZ              ^^gjgg^g  yXX>-f  X^s^sT^/ 
 ^f. — ,  

^sz>r Xy7-~  s*&-^"*<r>e?  lyZ4ne>£  ^ y^X^o^^iP  tfVs&sj  XS"^ 

^v^r^r  y=>^  yysx"  yf/ryy  yxx>*y  g^lfMd:  £^f*j£  A2£Zf*£' 
*?syry  ^^^/.y  ^^py^.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  £?i/TT£ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         8-  3  -  fi*/ 


e>e> 


PROJECT  NO.:    Sjrt*  ^&9-&3  CONTRACT  AMOUNT:  $ 

PRO  J.  NAME:^^^^  gfyg^g  CONTRACTOR:  fr&r   M/jjry  TI^ 

^M™-   FROM  (town):   /IaiAccsJdL  ASt~ 

COUNTY.  7&zx> jt^Zszr  ^L^g^g^M/  AWARD  DATE:  y/_  ju  .  #3  

CONTRACT  TIME:   yj?o        Z>.   DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:    7^-/9^3  PROBABLE  COMPLETION  DATE:  ~ 

%  COMPLETE:   _____  N0.  DAYS  WORKED  PER  WEEK:  s~ 

%  TIME  USED:   g£    N0.  SHIFTS  PER  DAY:    ~j~ 

NO.  MEN  EMPLOYED:  C   N0.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ~- 


PROJECT  MANAGER:  J/KK  TELEPHONE:  7*2-/797 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ^trrzr 


GENERAL:  &Bmm&  m  7m  item.         f&mt£&  &m  £m&ml 

JS    fk*jnsA/G ,  

Attt  q&stoc4L  zt  is  ^mamam  -t**?-  ^^l. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Butte. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-JZ~8*/ 


PROJECT  NO.:  /?/?^  &62jB_££0. 

PRO  J.  NAME:  /f^LKO/tp  V-/s/6S 

LENGTH:  ~-  

COUNTY:  StAT£U//£>£-  

CONTRACT  TIME:   


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  S<p£> 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 

CONTRACTOR:  Ljtf£&ty  TtfAF&C  A/a/aJT.  /*JC, 

FROM  (town):  £a£#T  /vU-SjS/t:  

AWARD  DATE:  #-  S~  S3  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:     <£  -  y-g </ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS : 


PROJECT  MANAGER:  ^yy/j  C.  ^kcfLL 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:     /?u;A/TlH6    /vAi/tL     //V15/5£^7V^V  /^c^^W^, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &Jzlgq 


PROJECTNO.:     M    /Z?<?{,)  DATE  SURVEY  AUTHORIZED:  &U/$3 

PRO  J.  NAME:     /?±i A*  Do^fa-Qat      DATE  WORK  STARTED:  /*/f  jfef 

LENGTH:   ESTIMATED  COMPLETION  DATF.:  Sj^Js^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /j(J6H  CbtXSH <Eerj  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


DISTRICT:  r&jtf. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <g/z/g<h 


PROJECT  NO.  :     _tf  /#Q5  (l)   DATE  SURVEY  AUTHORIZED:  //fjsf 

PROJ.  NAME:     J/p/m^  ,4l>C  ~3ts/P        DATE  WORK  STARTED:       j\J<p  Q2s,fficcl 

LENGTH:   -  ESTIMATED  COMPLETION  DATE:  (/H^kklM 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221K 


DISTRICT:  /Stlfff 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


£jzk± 


PROJECT  NO.:     £S    Z3/'/  6)  3  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  Mca^uJ  D//^  DATE  WORK  STARTED:  jfo  ^cuW 4s5/j^l 
LENGTH :  ESTIMATED  COMPLETION  DATE:  l/fl/\/VUjn 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


LENGTH: 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3l^lS^ 


PROJECT  NO.  :     £S            - 1  (2>)  Z-S  Q±     DATE  SURVEY  AUTHORIZED:  5/&/gf 
PR0J-  NAME:     £asd.  R\\/er  DATE  WORK  STARTED:  J^^/^AsSj^coC 
  ESTIMATED  COMPLETION  DATE:  {/n&<?«)fl 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:    TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  , 


CRM/BHB/sw/22 IE 


DISTRICT:  ftdftc. 


LENGTH 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^/X/fe^- 


PROJECTNO.:      /r3~///ol4  DATE  SURVEY  AUTHORIZED:  /o/jSh3 

PRO  J.  NAME:      r*Gfn's£>/>  £a^f  DATE  WORK  STARTED:        ^>  £fCyJ  As5/f/lcc( 


ESTIMATED  COMPLETION  DATE:  /J/INWUlfl 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  jBtlttc 


LENGTH : 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^A^?f 


PROJECT  NO.:      FE  J%  -f/.?)?f   DATE  SURVEY  AUTHORIZED:  Sfa/gf 

PROJ.  NAME:     Three  forts- Si 

DATE  WORK  STARTED:     /\ja  A&SJftlCat. 


ESTIMATED  COMPLETION  DATE: 


(Jam 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  .. 


CRM/ HUB/ sw/ 22  IE 


DISTRICT:  3g>TT£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :      M /Z/Z  fa)   DATE  SURVEY  AUTHORIZED:  ^J/o/gZ- 

PROJ.  NAME:      &ay3/l/J.J  3^/7$     DATE  WORK  STARTED:  fife 

LENGTH:  ESTIMATED  COMPLETION  DATE:  ///)jtndU^) 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ffi/jftr 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  tflzifi't 


PROJECTNO.:       3£    ?£5>4-6)  DATE  SURVEY  AUTHORIZED:  /oJzoj£3> 

PROJ.  NAME:             gtfCr  DATE  WORK  STARTED:       JUo  Afta,  a&SrtAa/ 

LENGTH:   ESTIMATED  COMPLETION  DATE:  tfdJfaatj//) 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  . 


CRM/BHB/ sw/221E 


DISTRICT:      E>U  77~t=~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S-2.-84-  

PROJECT  NO.:    E.S  4-H  - \Q  ^ Q  DATE  SURVEY  AUTHORIZED:  5-/7-g3 

PROJ.  NAME:     Spr.njlrll    £o&J  DATE  WORK  STARTED:  /Z-7-S"j 

LENGTH:  &.  4-  m/lcj   ESTIMATED  COMPLETION  DATE:  8-~Z&'84— 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    G  A.  SiTTb/J  TELEPHONE:       S gfe -  

NO.  PERSONNEL  ASSIGNED:        V   %  COMPLETE:   


CRM/^HB/sw/221E 

* 

1 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


4 


DISTRICT: 


Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  6.  1984 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


RF  6p^2Ci)9J_   _ 

Great  Fal ls-East 


Gx.ad.Sj  Gr.av.eJ  Suj-f  ^_  _ 
PMBS,  Structure 


Prel Im 
P. I .H. 


509 


-ZL 


9-30-8  4 


FR  24:3(1)76   _ 

Rogers  Pass  E.  (West  Sect.T 


Wi_den_,  Grave]  Surf. 
PMBS 


Field 
Review 


7-15-85 


RS  348(1.8)  _  _  _  _  _ 
5  Mi.  S.  Fort  Benton-South 


Grade_,  Grave]  Sjjrf. 
PMBB 


Prel im, 
P.  I .H. 


40 


3-15-85 


F_3-lJ6)l  

Sun  River  Jet. -North 


PMBS^  Overlap 
Minor  Widening 


Final 
P.I .H, 


70 


80 


9-15-84 


RS  432-2j_l)40 
Rudyard-South 


PMBS_0ve_r  1  av_ 


F  inal 
Des  ign 


75 


9-15-84 


RS.  448-1Jj)0_ 
Box  Elder-West 


PMBS_0vejJay_ 


F  i  nal 
Des  ign 


75 


9-15-84 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


CMS- 14 


DISTRICT:     rtrwaf,  Fa11q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  A;  iQft;, 


PROJECT  NO.  :  IR  15-1(61)229 

PRO  J.  NAME:  Augusta  Tnt .  -  Mnnt.h 
LENGTH: 
COUNTY: 


3-8 1 7  Miles 


Lewis  &  Clark  &  Cascade 
CONTRACT  TIME:       120  W.D.  


ORDER  TO  PROCEED  DATE:  ^-16-78 

%  COMPLETE:  pyg  

%  TIME  USED:  53%  

NO.  MEN  EMPLOYED:  fti  


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6,229,685.78 
CONTRACTOR:       Hilde  Const.  Co.,  Inc. 
FROM  (town):      prrfiat,  Ealla,  Mt  - 
AWARD  DATE:       Feb.  29,  1981  


DATE  WORK  STARTED:       April  6J  198/, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


10-3.5 -fo 


NO. 


9-10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


G.  Enderson 


JUL 


TELEPHONE: 
ADDRESS: 


727-4350  Gt.  Falls 
235-4457  Craig  


Great  Falls 


N£,KAI,:      Prime  contractor  cnmplftt.pd  crushing  and  atackpj  1  3  ng  3/ft"  Q  .PTtF  .P. ,  on 
July  25.  1982tand  resumed  producing  and  stockpiling  Typp  "R»  PI.  Miv  Agg.  Plans 
are  tQ  Complete  all  Crushing  hy  8/8/8/1.  Regan  drainagft  wnrk  nn  .Tuly  9,  198;,. 

Plans  are  to.  complete  apprnx.  8/1.5/8/,.  Type  »R"  paving  nppratinns  wwrv*  atjjrted 

on  7/25/84.  Placing  of  O.G.F.C.  will  be  done  in  conjunction  with  the  paving. 

Digput  work  was  started  7/25/82,.  This  work  is  expected  to  h*  cofflpLatfl  about 
8/17/81.  :  

 Sun  CnntaTrntor  Mart.ine7,  Const.  Cn .  plans  to  start  planing  p.on^r?te  Median 

Barrier  R*il  on,  or  about  8/7/8;,.  

 Sub  Contractor  One  Wav  Signf  began  removal  of  Median  Rail  on  7/9/8/,. 

4  miles  have  been  removed  to  date t  Work  continues  on  Bridge  MpHian  Rail  RfoHsirm . 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  3130 


CONSTRUCTION 

PROGRESS  REPORT 

T7/\n     'PITT*     TYl"1  T">  T /VT*     T"*  \TT\  TVT /"* 

FOR  THE  PERIOD  ENDING 

:      /    /uqust  6,  1984 

PROJECT  NO.:      1«  lo-f  323 

CONTRACT  AMOUNT:     $  3,587 

,986.71 

PROJ.  NAME:       craay  no.  c.  do.  vivo; 

CONTRACTOR:     Sletten  Const.  Co. 

LENGTH:              11.6  miles 

FROM  (town):    Great  Falls, 

til  1 

COUNTY:         leton  is.  Pondera  Co. 

AWARD  DATE:      July  6,  19C4 

CONTRACT  TIME:      120  workinq  days 

DATE  WORK  STARTED:  July 

30,  1964 

ORDER  TO  PROCEED  DATE:     July  30,  1984 

PROBABLE  COMPLETION  DATE: 

July  1985 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  4 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  3 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:    ' 

PROJECT  MANAGER:       S.  W.  Newton  TELEPHONE:  278-7931 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _8_       ADDRESS:  Conrad,  ;>,T 


GENERAL:     Placing  Traffic  Control  to  detour  northbound  traffic  at  Brady  Inter, 
to  West  Fr.  Rd.  to  Midway  Inter. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:     Grflat  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  6,  1984 

PROJECT  NO.:       IR  15-8  (41)  389  CONTRACT  AMOUNT:  $2,259,443.42  

PROJ.  NAME:         Sunburst  -  North  CONTRACTOR:     Meyer  Construction  Company 

LENGTH:         8.5  miles   FROM  (town):     Billings,  Montana 


COUNTY:        Toole   AWARD  DATE:       February  29,  1984 


CONTRACT  TIME:       70  working  days  DATE  WORK  STARTED:         April  24,  1984 

ORDER  TO  PROCEED  DATE:       4/16/84  PROBABLE  COMPLETION  DATE:     August  1984 

%  COMPLETE:       95   NO.  DAYS  WORKED  PER  WEEK:  6 


I  TIME  USED:     81  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:  30  NO.  HOURS  PER  SHIFT:       10  to  12 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  937-7111 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      7  ADDRESS:  General  Delivery 


Sunburst  Mt. 


GENERAL :       Meyer  Construction  Company  completed  placing  Grade  "B"  Plant  Mix 

on  July  19th.,  completed  placing  Open  Brade  Friction  Course  on  July  20th.,  

and  completed  general  clean-up  of  the  project  on  July  25th.  Sub-contractor 
Mark  Rite  Lines,  Inc.  applied  the  first  Coat  of  Epoxy  Paint  from  July  26th.  thru 
July: 28th.  with  the  second  coat  (Change  Order  No.  2)  to  be  applied  in  about 
30  days.    Sub-contractor  One  Way  Sign  and  Construction  plans  to  begin  Chaage 

Order  No.  1  work,  replace  existing  W-Beam  Guardrail  with  Cable  Guardrail,  about 
the  middle  of  August. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  • 

3255-2914 


CMS- 14 


DISTRICT:  Great  Falls  -  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  6,  1984 


F  1-4(5)271 


PROJECT  NO. : 
PRO  J.  NAME:       Shelby  -  West 

LENGTH:       7.0  Miles  

COUNTY:  Toole 


CONTRACT  TIME:    60  +  12  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100% 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


6-21-83 


ACTUAL  COMPLETION  DATE:  6-28-84 


CONTRACT  AMOUNT:     $  856,519.30 
CONTRACTOR:        Baltrusch  Const.  Co 
FROM  (town):      Havre,   Mt . 
AWARD  DATE:  5-31-83 


DATE  WORK  STARTED: 


7-13-83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


6-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Stan  Newton  TELEPHONE: 

ADDRESS: 


434-2022 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Shelby,  Montana 


GENERAL:      Final  estimate  and   supporting  data  were  completed  and 
submitted  to  District  Office  on  7-11-84.     Final  will  be  submitted 
to  Helena  on  or  about  August  31,   1984.     This  is  the  final  report. 


Marlin  Brackney 
Engi"eer   offi„  t 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  ' 

3255-2914 


CMS- 14 


DISTRICT:     Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      -87+7*34  ^ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


RTF  1-q (1)379 


Chester-Rudyard 


Liberty  -  Hill 


MMi^Mke  9/im 


CONTRACT  AMOUNT:  $  398.709.05 
CONTRACTOR:  Baltrusch  Const.  Co. 
FROM  (town): 
AWARD  DATE: 


Havre.  MT 


4/30/84 


DATE  WORK  STARTED: 


6/20/84 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   g_ 

%  TIME  USED: 


5/3/84 


8/24/84 


68 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  Varjabie 
NO.  HOURS  PER  SHIFT:  Variable 


Variable 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ;  t  A.  Rnhin«;nn  TELEPHONE: 

ADDRESS: 


727-4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


1 


Great  Fal Is,  MT 


GENERAL :       Contractor  moved  in  and  set  up  for  crushing  of  cover  material. 
 Could  not  meet  cleanliness  spec's  and  pit  was  abandoned.  Contractor 


has  acquired  another  oourcc  ond  anticipates  boginning  crushing  

operations  1h  the  new  pit  8/2/84.    Seal  and  Cover  work  anticipated 


to  begin  8/13/84  and  completed  by  8/15/84.  Contractor  expects  all 
work  to  be  complete  on  this  project  by  8/24/84.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Q/lj'Q4  2-&-x4 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


RTF  1-6(7)38** 


Havre  -  Chinook 


20.4  Milea 


Hill  -  Blaine 


te 


9/1/84 


ORDER  TO  PROCEED  DATE:  5/3/34 

%  COMPLETE:    100 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


49 


PROJECT  MANAGER: 


7/15/84 


F.   A.  Robinson 


CONTRACT  AMOUNT:     $  305.886.00 
CONTRACTOR:        Baltrusch  Const.  Co. 

FROM  (town):       Havre,  MT  

AWARD  DATE: 


4/30/84 


DATE  WORK  STARTED: 


5/29/84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  Variable 
NO.  HOURS  PER  SHIFT:  Variable 


7/15/84 
Vari  able 


ACTUAL  COMPLETION  DATE: 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


7/20/84 


727-4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2 


GreatjFalls.vMT 


GENERAL: 


Suh  Contrarl-or  began  paint  striping  7/2/84  with  all  work 
finally  complete  7/15/84  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:     Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g/1/84  2-&-$4 

PROJECT  NO.:        RTF  1-8(7)472   CONTRACT  AMOUNT:  $399,535.40  

PRO  J.  NAME:  Malta  -  Saco   CONTRACTOR:       Baltrusch  Const.  Co. 

LENGTH:   20.1  Miles   FROM  (town):     Havre,  MT  

COUNTY:   Phillips   AWARD  DATE:  A/30/84  

C<S31&!iSteB^::e  9/1/84   DATE  WORK  STARTED:  7/3/84  

ORDER  TO  PROCEED  DATE:       5/3/84  PROBABLE  COMPLETION  DATE:  8/15/84 

%  COMPLETE:   q   NO.  DAYS  WORKED  PER  WEEK:  Variable 

%  TIME  USED:  68   NO.  SHIFTS  PER  DAY:  Variable  

NO.  MEN  EMPLOYED:    __3   NO.  HOURS  PER  SHIFT:  yariab1e  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     F    fl    p„hing„n  TELEPHONE:   727-4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     1-2  ADDRESS:  Great  Falls,  MT 


GENERAL :        State  forces  preparing  road  surface.    Contractor  began  crushing 
 cover  material  7/3/84  and  completed  stockpile  7/26/84.    Seal  and 

 Cover  work  is  expected  to  begin  8/6/84  and  completed  by  8/8/84. 

 Contractor  anticipates  all  work  on  this  project  to  be  complete 

 by  8/15/84  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


Aug.  c,  tail 


PROJECT  NO.:       F  3-9(8)  ift 


PRO J.  NAME:    Fairfield  -  E.&W.fEast) 

LENGTH:   $.0  miles  

C0UNTY:   Cascade  &  Teton 

CONTRACT  TIME:    HQ  +  i  y.p.  


CONTRACT  AMOUNT:     $  2,UQ2fl8Q.65 
CONTRACTOR:       Hllde  Construction  Co. 

FROM  (town):         Great  Falls  

AWARD  DATE:  Nov.  30.  1982  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   ^ 

%  TIME  USED:   o£_ 

NO.  MEN  EMPLOYED:  o 


h- 18-83 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TT^^WW  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j_2  ADDRESS:   


DATE: 

8-10-84 

WEEK: 

1 

1 

8 

P.  0.  Box  UQ1 


Fairfield,  MT.  5Q436 


GENERAL:   All  majnr  vnrk  nnmpleted.  Western  Signs  striped  the  centerllne  and 

shoulders  on  7-13-8U.    They  still  have  some  striping  to  do  at  the  Simms  Inter- 
section.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


F  -  HRS  3-P(m)  Pfl 


PROJECT  NO. : 
PROJ.  NAME:     Freezenut  TjiV»  .        <■  u 

LENGTH:   12^_milftfl  

COUNTY:  Teton 


CONTRACT  TIME: 


80 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  15^ 
%  TIME  USED:  g^g 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 
CONTRACTOR:     Empire  Sand  &  ftravol  nn.;  Inc. 

FROM  (town):         BHH^,  ML  

AWARD  DATE:  June  8.  1984  

DATE  WORK  STARTED:        7,6- 84  


July  2.  1984 


6-26 


PROBABLE  COMPLETION  DATE:    Oct.  15.  1984 

NO.  DAYS  WORKED  PER  WEEK:  g  

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT: 


12-14 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Vrm  r^^.^  TELEPHONE: 

ADDRESS : 


Ian  ff*nn'prbftf;kftr 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


467-?448 


P.  0.  Box  4Q1 


Fairfield,  MT. 


-52166 


GENERAL:      Contractor  began  ynrk  on  July  6.  loflU.    <y>™*ionfl  ™n^«+.inF  nf 
excavating  shoulders  and  plnMny  ij."  r  n  o.-cr.  sa,  qta.  PS-ton  thru  Tfrwyi  - 

Lt*  *  — Both  BtonkPaSflftR  have  been  removed  and  traffic  is  bat*  nn  mainline. 
Contractor  producing  &  stockpiling  plant  mix  aggregate  and       cover  mat'l. 
Plans  are  to  begin  paving  operations  on  Aug.  1,  1984.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


7<5 


CMS- 14 


DISTRICT:     Great  Efllis 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     -bH-f&k  2-L-£</ 


Completi 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RTF  10-2(9)20 


West  of  Carter  -  Loma 
22.5  Miles  


Choteau 


ORDER  TO  PROCEED  DATE:  5/3/84 

%  COMPLETE:   j£  

%  TIME  USED:   ^  

NO.  MEN  EMPLOYED:  45 


CONTRACT  AMOUNT:    $  356,272.60  

CONTRACTOR:        ULtXU&sh         +  r„ 

FROM  (town):      Havre.  MT  

AWARD  DATE:  4/30/84  


DATE  WORK  STARTED: 


6/7/84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


8/24/84 
 Variable 

Variable) 
Variable 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE: 

ADDRESS: 


727-4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


firpat   Fa  1  1  c  MT 


This  project  is  split  into  two  sections.     Contractor  began 
work  on  the  17.1  mile  section  of  this  project  on  7/9/84  and 
completed  Seal  and  Cover  work  on  this  portion  7/11/84.  Paint 
striping  on  this  portion  was  completed  7/24/84.     The  contractor 
anticipated  Seal  and  Cover  work  on  the  remaining  section  to 
begin  8/20/84  wi  th  all  work  completed  by  8/24/84.  ' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

7/ 


DISTRICT:  3130 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

Auqust  6,  1984 

PROJECT  NO.:       r  24-3  (5  J  100 

CONTRACT  AMOUNT:  $ 

3,215,825.45 

PROJ.  NAME:  Roqers  Fass-East(l.iiddle  Sect 

CONTRACTOR:  Meyer 

Construction  Co. 

LENGTH:         3.5  miles 

FROM  (town):      Billinqs,  Montana 

COUNTY:         Lewis  &  Clark 

AWARD  DATE:  Sept. 

24,  1982 

PAMTDAPT    TTKfl?  .          120     T     13    WOTklflG  ^3Vci 

DATE  WORK  STARTED: 

Nov.  18,  1982 

ORDER  TO  PROCEED  DATE:    Oct.  18,  1982 

PROBABLE  COMPLETION 

DATE:    Oct.  1984 

%  COMPLETE:  99 

NO.  DAYS  WORKED  PER 

WEEK:  2 

%  TIME  USED:  98 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  2 

NO.  HOURS  PER  SHIFT: 

10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:       S.  W.  Mewton  TELEPHONE:  278-7931 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _2_       ADDRESS:  Conrad,  L~ 


GENERAL:       Completed  all  items  except  lh  acres  of  seeding  on  slide  area  correction. 
Shutdown  until  Fall  seeding  date. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


7^ 


DISTRICT:    3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ?  gj  m,  *F~L-f4 

PROJECT  NO.  :  F  BHF  RTF  60-2(5)92U2 

PRO J.  NAME:   Warden  Bridge  

LENGTH:        0.203  mile  

COUNTY:  Cascade  

CONTRACT  TIME:   220  working  days 
ORDER  TO  PROCEED  DATE:  1-18-83 

%  COMPLETE:   22  

%  TIME  USED:   88  

NO.  MEN  EMPLOYED:  1  part  time 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  n.^.fig 

PROJECT  MANAGER:   T.G.  Tomich   TELEPHONE:  727  A350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Box  1359  

 Gt.  Falls 

GENERAL :       Work  carried  on  was  punchlist,  work  remaining  is  punchlist. 


work  to  be  completed  in  two  weeks. 


1,870,957.00  Structures 
CONTRACT  AMOUNT:     $  2.761.0^.18 

CONTRACTOR:         Sletten  Construction  Co. 

FROM  (town):       Great  Falls  

AWARD  DATE:  2-28-83  


DATE  WORK  STARTED:  3-22-83 


PROBABLE  COMPLETION  DATE: 

8-1-8/. 

NO.  DAYS  WORKED  PER  WEEK: 

5 

NO.  SHIFTS  PER  DAY: 

1/2 

NO.  HOURS  PER  SHIFT: 

8 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


13 


CMS- 14 


DISTRICT:    Great  Falls, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  fl/i/nii 

HES  60-2(11)91  U«  &  893,096.00 

PROJECT  NO.:     F-BHF-RTF  60-2(5)92  U2       CONTRACT  AMOUNT:  $  2,764,053.48 


PROJ.  NAME:      Warden  Bridge  &  ApproachesCONTRACTOR:  Sletten  Construction  Co. 


LENGTH:             n.4  Miles 

FROM  (town):        Great  Falls,  MT 

COUNTY:  Cascade 

AWARD  DATE:  2/28/83 

CONTRACT  TIME:      220  +  4  WD 

DATE  WORK  STARTED:     March  30,  1983 

ORDER  TO  PROCEED  DATE:  4/18/83 

PROBABLE  COMPLETION  DATE:  8/15/84 

%  COMPLETE:  99 

NO.  DAYS  WORKED  PER  WEEK:  Uariahlp 

%  TIME  USED:  88 

NO.  SHIFTS  PER  DAY:  i 

NO.  MEN  EMPLOYED:  1-2 

NO.  HOURS  PER  SHIFT:  8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:       F.  A.  Robinson 

TELEPHONE:              727  4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    £-2  ADDRESS: 


Contractor  wnrkp.d  4  days  this  period  on  installation  of  

Bent  Protectors.    All  that  remains  to  complete  this  project 
is  painting  of  Bent  Protector  rail.    Contractor  has  delayed 
completion  of  this  project  in  an  effort  to  complete  re-decking 
of  the  old  Warden  Bridge  structure  and  re-opening  to  traffic 
as  quickly  as  possible.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


Hi  t  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-31 -8/1 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  BHF  RTF  60-2(5)92  U3 

Warden  Br.  Overlay  

0.4  miles  

Casaade   


CONTRACT  TIME:     100  working  days 


ORDER  TO  PROCEED  DATE:     1 0-24-83 

%  COMPLETE:   £8  

%  TIME  USED:   66  


NO.  MEN  EMPLOYED:     20  tO  4 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  550,820.00 
CONTRACTOR:        Sletten  Constr.  Co. 
FROM  (town):      Great  Falls,  Mb 
AWARD  DATE: 


9-3O-83 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


4-10-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  7-31-84 

PROJECT  MANAGER:     T.r..  Tnmi  ±   TELEPHONE:  727  S3 50 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _J_       ADDRESS:  Box  1359 


DATE: 

8-1-84 

WEEK: 

5 

1 

8 

Gty  Falls,  MT 


GENERAL :  The  contractor  completed  placing  and  repairing,  the  overlap, 

al  so  plflp.ftd  the  pypansinn  joints,  plar.pd  prot.pp.t.i vp  mat,  some  traffic  striping 

and  began  removal  of  detour  traffic  control.  ' 


Notice:      The  Structure  was  open  to  Eastbound  traffic  on  7-31-84. 


The  two  to  four  man  engineering  cgew  was  engaged  in  inspection  on  all  phases 
of  the  work.  The  crew    consists  of  two  and  is  handling  other  work.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:    Great  Falls  -  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    August  6,  1984 


PROJECT  NO.:       RS  233-1(5)15  CONTRACT  AMOUNT:    $  1,094,353.13 

PRO  J.  NAME:       ST.   Joe  Road-North  o  f  CONTRACTOR :      Baltrusch  Const.  Co 
LENGTH:     6-1  Mlles                      ^^FROM  (town):     Havre,   Mt . 
COUNTY:  Hill   AWARD  DATE:  4-9-84 


CONTRACT  TIME:      70  +  5  W.D. 

DATE  WORK  STARTED:     4-2  3 

-84 

ORDER  TO  PROCEED  DATE:  4-30-84 

PROBABLE  COMPLETION  DATE: 

10-84 

%  COMPLETE:  85% 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  84 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:       2  0 

NO.  HOURS  PER  SHIFT: 

9+ 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Box  592 


Havre,   Mt .  59501 


GENERAL:      The  contractor  has  completed  the  1%"  CBC  and  the  3/4"  PMS . 

The  seal  and  cover  and  striping  are  the  only  Items  remaining  to 

complete  the  project.  Engineering  personnel  are  engaged  in  testing 
and  inspection. 


M  ii  1  in  Til  in  limiy 
Enginceg  Offioar  J, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  " 

3255-2914 

7C 


DISTRICT:     6?T  /?4US 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £f/9&<1 


PROJECT  NO.:     /?S  2.40-/(2}// 
PRO  J.  NAME:    rj///X&K  -  Cl£VJ*lAA/Q 
LENGTH :                A?  Z  &&&& 
COUNTY :   &L4Mf=  


CONTRACT  TIME: 


6>Q    S<Z  WO 


ORDER  TO  PROCEED  DATE:    *f  - 

%  COMPLETE:  % 

%  TIME  USED:  ftq  <ya  

NO.  MEN  EMPLOYED:  >£ 


CONTRACT  AMOUNT:     $  &S^.S93 
CONTRACTOR:      StiLTgUSC//  COM6/T  CQ, 

FROM  (town):  ,  shT  

AWARD  DATE:        ffgg,  , 
DATE  WORK  STARTED:     s?7/?</  /8, 
PROBABLE  COMPLETION  DATE:    *JjM/£  &q 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


'2- 


ACTUAL  COMPLETION  DATE:     Ju/-  ✓    3  ,  /9#«? 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO.  OF  ENG 


PERSONNEL  EMPLOYED:  Z 


TELEPHONE: 
ADDRESS: 


SOX 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICTGreat  Falls--  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  6.  1984 


PROJECT  NO.:      SMP  2599-83 

PRO  J.  NAME:      Mtce.  Stockpiles 

LENGTH:   

™,t*t™-  Lewis  &  Clark,  Pondera, 
COUNTY:     Cascade   &  Glacier 


CONTRACT  AMOUNT:     $  291,640.00  

CONTRACTOR :      Konitz  Contracting,   I  n  c  . 

FROM  (town):    Lewistown,   Mt  .  

AWARD  DATE:  11-30-83 


CONTRACT  TIME: 


82  W.D 


DATE  WORK  STARTED:    3-2  6-84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  J^00% 
%  TIME  USED: 


12-19-83 


76 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  5-18-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


6-84 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


Stan  Newton 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


278-7931 


Conrad.   Mt . 


GENERAL :  Final  estimate  and  supporting  data  was  submitted  to  Hele n a 
on  7-23-84.     This  is  the  final  report. 


Marlin  Brackney 
Engineer  Officer  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 16 


DISTRICT:     Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Auyilwt,  1QAJ| 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


M.P.  55.O  to  M.P.  62.6 
RF  10-?mvi  

Loma  -  Big  Sandv 

2*5  mi&a  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


12-7-ft? 


1-27-8A 


ESTIMATED  COMPLETION  DATE:  n-is-ft;, 


DATE  SUBMITTED  TO  DISTRICT:     May  8.  1931  » 
PROJECT  MANAGER:       Glen  Enderson  TELEPHONE:  727-A350 


NO.  PERSONNEL  ASSIGNED: 


0 


%  COMPLETE: 


_85l 


*  The  Survey  was  submitted  to  the  Dist.  Office  for  design,  however,  section 
tie  work  remains. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


STRICT:      Bffigjgi  FaM. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         8/2/ni     X~L  -&4 


PROJECT  NO.:      IR  15-5(65)283 
PRO J.  NAME:       Great  Falls-Vaughn 
LENGTH:   26.2  Mi  les 


DATE  SURVEY  AUTHORIZED:  q/?7/ft? 
DATE  WORK  STARTED:  h/3/8k  


ESTIMATED  COMPLETION  DATE:      1  1/1/81. 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:         Q-2  %  COMPLETE: 


727-4350 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


—i  c 


CMS- 16 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:         August.  6,  1  Qfy 
M. P. 62.6  to  M.P.72.3 

M. P. 74*8  to  M.P.79.3 
PROJECT  NO.:     RF  10-2(3)51   DATE  SURVEY  AUTHORIZED:  12-7-ftft 

PRO  J.  NAME:         Loma  -  Rig  Sandy  DATE  WORK  STARTED:   j,-?n-ft/, 

LENGTH:  1A.2  Miles   ESTIMATED  COMPLETION  DATE:  5-ft5 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       G.  Enderson  TELEPHONE:  727-/^50  


NO.  PERSONNEL  ASSIGNED:  p   %  COMPLETE:   j£ 

Work  is  suspended  until  personn&J,  become  available. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:      <C7  £_  /^/MIS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     At/6t .  jj. 

PROJECT  NO.:  /Q~z  C^Sl  DATE  SURVEY  AUTHORIZED:  

PRO  J.  NAME:   Zc7//7/7  -  SOa  GlOi£<e  DATE  WORK  STARTED:        ~7  'J2S_2&4 

LENGTH:   /£*.  7  ESTIMATED  COMPLETION  DATE:    //QW ,  84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Cy    7~g£/?71Z-  TELEPHONE:      2-6>S  ~C?&2./  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:     Q  %  jWOru  //£S 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


CMS- 16 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


DISTRICT:     r.rpaf  fanH 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August.  6,  IQft/, 


M.P.  79.3  to  M.P.  89.6 
RF  10-3(3)51  

Big  Sandv  -  Box  Elder 

10.3  Miles  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


12-7-63 


1-27-81 


ESTIMATED  COMPLETION  DATE: 


PROJECT  MANAGER: 
NO.  PERSONNEL  ASSIGNED 


DATE  SUBMITTED  TO  DISTRICT:   

F.nrigrsnn  S,  Trpft.7.  TELEPHONE: 


727-43 5Q 


%  COMPLETE: 


15- 


11-15-84 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 

DISTRICT:       ar.Mt  Fa-ilQ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       August  6,  1Q8/, 

M.P.  72.3  to  M.P.  74.8 
PROJECT  NO.  :       RF  10-2(3)51   DATE  SURVEY  AUTHORIZED:  i?-SU^? 

PRO  J.  NAME:         T^ma  -  Rig  Sandy  DATE  WORK  STARTED:   ?_Q.fty, 

LENGTH:  3.15  MtIps   ESTIMATED  COMPLETION  DATE:      n_n  s_fi/, 

DATE  SUBMITTED  TO  DISTRICT:       May  a,  iQrt/,  * 

PROJECT  MANAGER:        0.  Knrfprsnn  TELEPHONE:  727-1350  

NO.  PERSONNEL  ASSIGNED:  p  %  COMPLETE:  qft£  

*  The  Survey  waw  submitted  to  the  Dist.  Office  for  Design,  however,  some  section 
tie  work  remains. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT: 


Great  Fal 1 s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &0^»t  2-^-^4 


PROJECT  NO. :      RS  (6)0 


DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:       Ulm  South  -  North  Section  DATE  WORK  STARTED:       1 1-28-83  

LENGTH:  6.5  Mi  les   ESTIMATED  COMPLETION  DATE:  9/30/84* 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:         F.  A.  Robinson  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


*  Pending  outcome  of  condemnation  hearing  (Parcel  11) 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


727-4350 


%  COMPLETE:  76 


DISTRICT: 


J130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  6,  1984 


RF  24-3  (3)  76 


PROJECT  NO. : 
PROJ.  NAME:     Rogers  Pass-East 
LENGTH: 


DATE  SURVEY  AUTHORIZED:  March  2,  1983 
DATE  WORK  STARTED:        JMy  21,  1983 


3.48 


  ESTIMATED  COMPLETION  DATE:     July  1984 

DATE  SUBMITTED  TO  DISTRICT:     July  1984 


PROJECT  MANAGER:     S.  W.  Newton 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


278-7931 


100 


Completed  section  ties  on  Bowmans  NE  section. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:       Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Q/l/Qit     ^-Z -j-^ 

PROJECT  NO.:       g  5212(1)   DATE  SURVEY  AUTHORIZED:  9/ 1 7/81 

PROJ.  NAME:      Gt  Falls  -  So.  Arterial       DATE  WORK  STARTED:  12-10-81 

LENGTH:  fi.g  mMp.s   ESTIMATED  COMPLETION  DATE:        12-^1  -84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:   727-^50  

NO.  PERSONNEL  ASSIGNED:  n   %  COMPLETE:  j,6  


Survey  suspended  indefinitely 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


flreat  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  ».  198U 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


B  -  Bu  by  7 
Fairfield  -  Power 


7.Q  Miles 


DATE  SURVEY  AUTHORIZED:  Oct.  1980 
DATE  WORK  STARTED:        Feb.  21.  198U 


ESTIMATED  COMPLETION  DATE:  11-15-8U 


PROJECT  MANAGER: 
NO.  PERSONNEL  ASSIGNED: 


DATE  SUBMITTED  TO  DISTRICT:   

Tom  TWnP^k*r  TELEPHONE: 
0   %  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:    GT  &?<US 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /QlMi    3  .J9/9<i 


PROJECT  NO. : 


*7  ^7/2  //) 


PRO  J.  NAME:  //^//ftf 
LENGTH:  O  B  *1tlr£S 


DATE  SURVEY  AUTHORIZED:  <  -  Z  'S3 
DATE  WORK  STARTED:  7  -/2'S3 


ESTIMATED  COMPLETION  DATE:  <g<? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       <T7  .  reZFTZ-  TELEPHONE:      2C>S  Z  / 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


3Q  % 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     &  T  f/$J.L$ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /it/fr     3  ,  /J&j 

PROJECT  NO.:  f±)  DATE  SURVEY  AUTHORIZED:   ' 

PRO  J.  NAME:      t/rWIV  g£t£M£&^j&      DATE  WORK  STARTED:      J/$/J.  3t,  /9&<f 

LENGTH:   ESTIMATED  COMPLETION  DATE:     Jfe/S,  g<f 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      <?7  .  rAG^fe  TELEPHONE:  I  

NO.  PERSONNEL  ASSIGNED:  <g  %  COMPLETE:         j^r  £0% 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Glendive 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  31.  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

COMP 

EST 

COMP 

DATE 

RS  258-l_£4)ll 

Dagmar  -  North  Dakota  Line 

PMS  Overlay 

Final 
P.I.H. 

40% 

12/1/ 
84 

F  26-1(12.3  1 
Sidney  -  North  Dakota  Line 

Gr.  Gravel,  PMS  and 
Structures 

Final 
P.I.H. 

76 

40% 

3/1/ 
85 

F  2-1(8)46 

Fallon  County  Line  -  E  &  W 

PMS  Overlay 

Final 
P.I.H. 

80 

20% 

7/1/ 
85 

Lame  Deer  -  North 

PMS  Overlay 

Final 
P.I.H. 

35 

10% 

8/1/ 
85 

F  18-1  (2J_1 

Miles  City  -  Northwest 

PMS  Overlay 

Final 

% 

9/1/ 

FR  1-10(12)639 
Culbertson  -  West 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

0% 

6/1/ 
86 

RS  247-1(1)0 
Webster  -  East 

GS 

Final 
P.I.H. 

8 

0% 

6/1/ 
86 

F  25-1  (6_2_0 
Circle  -  North 

PMS  Overlay  &  Widen 

Public 
Hearing 

108 

35% 

8/He 

RS  344-1X5)29 

7.5  Miles  West  of  Fro id 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

0% 

9/1/ 
,,.86 

BRF  42-3(6)73 

South  of  Glasgow  (Milk  Rvr) 

STR  and  APPS 

Prelim. 
P.I.H. 

16 

0% 

3/1/ 
87 

F  42-3(7159 

Fort  Peck  -  Glasgow 

PMS  Overlay  &  Widen 

Comp  of 
Survey 

0% 

7/1/ 
87 

RS  245-l£4)15 

Brusett  -  East  and  West 

GS  and  Minor  GR 

Comp  of 
Survey 

16 

0% 

1/1/ 
88 

F  62-2  (6JJ2 

South  of  Culbertson 

G.  GS.  PMS 

Prelim. 
P.I.H. 

0% 

9/1/ 
88 

M  5008 (1JL 

Sargent  Ave  &  Allard  St 

Glendive 
Reconstruction 

Public 
Hearing 

24 

0% 

TOTAL  =  363.0  Hours 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  1  CRM/BHB/sw/221D 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


F  2-1  (7)  34 


PROJECT  NO. : 

PRO  J.  NAME:      Locate  East 
LENGTH :       // /3  y^y. 
COUNTY:  /?„_x/^ 


CONTRACT  AMOUNT:     $  Z  y^/g.  *S 

CONTRACTOR:     ^i^Afi^to.  CJ  V.) 

FROM  (town):  yQQy/^   

AWARD  DATE:         7-//- #3  


CONTRACT  TIME:  /O.  /D 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  <2J% 
%  TIME  USED:  %, 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 


PROJECT  MANAGER:  Zk„  J^Si^d. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


Z3  Z  -  /WL? 


SL.       ADDRESS:  /> \Jti*JUj*y  r 
GENERAL:     a/q  L 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ffje 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    +-7lj/y  J/-/,?^7^ 

PROJECT  NO. :  rfTf  2  C&jjSM  f     CONTRACT  AMOUNT:     $  3&Q  J?32  {  06 

PRO  J.  NAME :  &c»6»y-£~ fi/jej/*jife  A/f£  CONTRACTOR:      C<?/fTury  '/Z\//j*Q 
LENGTH :      £0.sT  aJ/J<> J  FROM  (town):     /etol£/bu>*t  #7" 

zwrnixDwtjs-foeswfAl-j'AiriJ* *  award  date:    /2ar/2  36  Sgjjjjj 

CONTRACT  TIME :  C*jQ^f/?fe  j,y    9-/-£J/  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:      A//A  PROBABLE  COMPLETION  DATE:  PS^f^ 

%  COMPLETE:  C   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  0   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    rf/u/q/fb  V  j&  <j  TELEPHONE:  &tS~J 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Q-f"  s&pJlwOyJ 


GENERAL: 


-/or-    *fca&ey  ^o/tsTT  /<tyi>oi-  />  sod)<{>  <c  as9t/aJef~& , 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     Gi  endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  51  .  1Q84 


PROJECT  NO.:    RRS  22-1  QL-B   CONTRACT  AMOUNT:     $  4ipf6Q7 

PRO  J.  NAME:      2i  Miles  East  of  Flaxvi  11  CONTRACTOR:  Riverside 


LENGTH: 
COUNTY: 


0.85  Miles 


Daniels 


FROM  (town): 
AWARD  DATE: 


Paradise ,  MT. 


August  S,  1Q85 


CONTRACT  TIME: 


80  WD 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  -|Q0 
%  TIME  USED:   Q2_ 


8-26-8^ 


NO.  MEN  EMPLOYED: 


None 


DATE  WORK  STARTED:  September  8r  1Q85 
PROBABLE  COMPLETION  DATE:        June  1QB4 
NO.  DAYS  WORKED  PER  WEEK:  Mone 

NO.  SHIFTS  PER  DAY:  .   

NO.  HOURS  PER  SHIFT: 


None 


None 


ACTUAL  COMPLETION  DATE:   °June  8r  1Q84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: junp  Rf  iqRIx 

PROJECT  MANAGER:  James  E.  Baldwin  TELEPHONE:  787-n701 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_       ADDRESS:   P.O.  Bnx 


Gulbertson 


GENERAL: 


 411  V'Ork  m  the    re  ect  was  no  ..il  eted  qq  June  f;r  1QF4 

with  76  d;.YS  or  9?,%  of  the  nontrant  tine  el^ed.  Pinal 
estimate  is  £Q%  complete  with  1  to  2  men  engaged      p.r.  const- 
ruction activj.--.ies  alloy/,  Estimated  date  nf  set)  i  tt.-  1  of 

final  data  to  ulcndive  is  August  10 ,  1Q84.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:       ui endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        .Tn1v      j  1C)R4 


PROJECT  NO.  :  p  RTF  22-2  Ci)  40  TT  1A? 
PRO  J.  NAME:  Plentvwood-South 

LENGTH :   4.7  Mi  leg  

C0UNTY:   Sheridan  


CONTRACT  TIME: 


120  WD 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 
%  TIME  USED:   gg_ 


NO.  MEN  EMPLOYED: 


None 


CONTRACT  AMOUNT:     $  g ; fg%  ) syn 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


Hi  Trip 


Great,  Ealla 


May  J.1  ,  19H3 


DATE  WORK  STARTED: 


July  19,  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  .   

NO.  HOURS  PER  SHIFT: 


June  1984 

 None  

 Nnnp  


ACTUAL  COMPLETION  DATE:  June  26 r  1Q84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  June  26,  1Q84 

PROJECT  MANAGER:     James  ~.  Baldwin  TELEPHONE:  7^7-^701 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _q_       ADDRESS:  P.n,  Rnv  ^ 


Culbertaon 


None 


GENERAL: 


All  work  on  project  cnmnleted  nr.  .Tuns  ?6 ,   1QH4  M-jt.h  frjSfr  |gg 


days  or  98%  of  the  contract  time  elapsed.  Ths  final  sstimatP 
remains  at  50%  complete  with  nn  nmgwaa  t/ni  g  past,  ppmVd  gfajg 


to  construction  activities  and  final   BfatacMag  SB  annt,hPT>  prnjppt.. 
Estimated  date  of  submittal  of  final  data  to  fllenriig-P  ia  aaptafiber 
7.  1984.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^g^g^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-S/-S*/ 


PROJECT  NO.  JF  f^l(6)l  M  8Q01Q)         CONTRACT  AMOUNT:     $  ^^yZj  A</9.  ^ 

PROJ.  NAME:  Mj|     c^*"68 leightOfl  Blvd.    CONTRACTOR:  ^yy^ 


MiteSC»ty  FROM  (town):      ^>^y c  ^ 

/".us/es*   AWARD  DATE:        6?/  ttj  S7*/ 


LENGTH: 
COUNTY: 

CONTRACT  TIME:  ^  X?   DATE  WORK  STARTED:  7-/9-/34*' 

ORDER  TO  PROCEED  DATE:      7-/A'&V         PROBABLE  COMPLETION  DATE:  //SV 

%  COMPLETE:  p £   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:        gp,   NO.  SHIFTS  PER  DAY:  / 

NO.  MEN  EMPLOYED:      ZJz£m££&S&  no-  hours  PER  SHIFT :  g 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     2ja  £&X+&c£  TELEPHONE:      23Z  /Q93  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     7)^.  e^J^Ai^OUA 

GENERAL: 

/.}or/{  an  Ju/u       IS^SSL  dhctd$  /A»  pee/ jQActe&L  si™<A/,*/ 

de&acA  cX££ji*J&a.  %">y      "f  iv*  &££j/g&  **£&2&£4e$.  A&d&j 

pt>6./s.Z-/-cs>i<s  air/ zv^^/^^/  si  <  &/A,^s  ■  V7s^/>  . 

OM&^sjta  -AA       fi<r<*M»j  -  o  7      ^rx?        -^7%  &&&&&&& 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE      "  CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  tJ/j/.^ S/j  J9S4 

PROJECT  NO.:     /" J/-  /ft)  ZS  CONTRACT  AMOUNT:     $     793  9 6 /.AO 

PRO  J.  NAME:  "  riP/r£//7)  CONTRACTOR:       /Zfc/^    &J-Sfe,  t'Q. 

LENGTH :  ^,  ^     MlAZS.   FROM  (town):  £JS  

COUNTY :         //fr/Zr/   AWARD  DATE:       J,//,/  J^Jf&Z 

CONTRACT  TIME:  6Q  DATE  WORK  STARTED:      Z#-^A  S3 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  /?-&-S4 

%  COMPLETE:        ff^   NO.  DAYS  WORKED  PER  WEEK:  S  

%  TIME  USED:         7£~   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  ^PJfitJtS 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    JD^VjJfi/tfJeiZ  TELEPHONE:  TbHrJt^ML 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^       ADDRESS:         A/AsAtJA  /??AJjJ.  Jj[jgjfr(f 


GENERAL: 


fate  dktz*   £tyr/uijp/.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  G/^W^g 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jul  /  3 J<?&</ 

fM^j -/ 0)  jo  e 

PROJECT  NO.:    g£  Vfjy  -  /  C2)  O  CONTRACT  AMOUNT:     $  2,  .  .  /j? 

PRO  J.  NAME:  A^iflMmO  o  n<re  re?  CONTRACTOR:    forr*J,J,    PrtVCr*  jZvC 

LENGTH :     S  f.  g  /%>   FROM  (town):  /yjjj£  <    £ /T/ }  /T7  orV7#sv  4 

COUNTY:     t&ujdes'     /PTt^ef  AWARD  DATE:    /UaM^MM^  ?j 

CONTRACT  TIME:         <?Q    CaJ.  DATE  WORK  STARTED:  V,  /9Q*S 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  Au6u&T 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   ~7Q   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   Oci/\fVf  J.  Srr»A*l*y*r-  TELEPHONE:  /0  93  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j£       ADDRESS:    JOfi/^T  a-/ 

msAls   Z/ryj  /3?7T  <f93of 

GENERAL :     \5e4  /     rfmS/t     tOAA    S^At  It  J    7'/3~&f  <t*>  <f  &><nf/ch  </ 

U>A.%  &(3/HjZ?/r/<Zc/    *BS-<ftft     A/,AJfi*>  (sL<*sV,^J 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  ^S^22^<^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    SL^sAj  ^3/,  /gjg^ 

.^yfa^yrys^sr  S^syyty  <£&45£*e?z? 

PROJECT  NO. :  ^S**?-  ) 
PROJ.  NAME:,,  *5&//-&'c/-  Z&eS'S/' 

LENGTH :   , -JT9  /Z^IS  

COUNTY:  /JTL/S.'^/-  

CONTRACT  TIME:                 f/s.  £?• 
ORDER  TO  PROCEED  DATE:  f-ZQ: 
%  COMPLETE:  

(N7  ?uj  %  TIME  USED:  Z*k  

NO.  MEN  EMPLOYED:     //  ////r', 
ACTUAL  COMPLETION  DATE:  /-jf/ZV 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     /£A//?  >  /J./J„;<    TELEPHONE:  y  /C9^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      y_       ADDRESS:  ^£   /f //  r  / 

GENERAL:          /S*//  //r/ysr   st  Ocr  ST^'Sj&s&rfrr-/ y</  ^c  v/fyy/Vr 
/7  W//yy4  /e  *  


CONTRACT  AMOUNT:     $  /. 
CONTRACTOR:     /^yj  t^rtyr.//. 
FROM  (town):    A^///// sr;^.  //y&'y/<r"*V 

AWARD  DATE:   

DATE  WORK  STARTED:  ^g^gVggT  Qy^t^rA^C^ 
PROBABLE  COMPLETION  DATE:     /  ^y 

NO.  DAYS  WORKED  PER  WEEK:  _£T  

NO.  SHIFTS  PER  DAY:   £  

NO.  HOURS  PER  SHIFT:       <^S  yS>~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  CLCZW^/iScT 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ?/ 3 

PROJECT  NO.:     JZT  ?      </Q  </)/</<?  CONTRACT  AMOUNT:     $  /O.  </99 '.  6  7  S77 

PROJ.  NAME:      JV/^gy  ^C^S7  CONTRACTOR:       #c?ftr*>J-  <P&V,   <2o*JJT  ssi/C 

LENGTH :         iT>9  /  £  FROM  (town):        Jc/T~^t^   ^  77 

COUNTY:  CS£AJ1^E£L   AWARD  DATE:  J  /js/<$ s/ 

CONTRACT  TIME:  0  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:       sS*£z4&3  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:  7  G>   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:          J?  Q                       NO.  HOURS  PER  SHIFT:  c?  r~Q  / 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      _rw & A/spr A/  TELEPHONE:        Z_3?~/  Q93  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _Q_       ADDRESS:        ^cS^  a  ^     /y-t^  Kf 

nZL  CL  c  QCiC 

GENERAL:         w<7/f^     CO^/ZZ^       O  ^      /??  G"/P*0S/)/r> 

 CO  asz  <£. 22£     >Q/r<f      j     s^v<e_ois<sJ  /    <Z/P^4>/sv<T  P^fP^ 

— Gl££&4&££j£L  94  To,  ^cfisc/ssc  7<sPa 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  GZ+Mt/stSC- 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  +7l/\J 

PROJECT  NO.  :  Jp;  J-/  {?)  CONTRACT  AMOUNT:     $  7  J7,S0 

PR0J-  NAME :  j£g5£  ^^y/^^ONTRACTOR :  ^Mr^tA 
LENGTH :  /0,d>$    FROM  (town):  Mttre 

C0UNTY:  Sl/sterf  A* ^£&irmm  date:    Abrs2  J>0  ~  4^ 

CONTRACT  TIME:  Sq^j,/*^    $   9- DATE  WORK  STARTED:  7-/f-J>j/ 

ORDER  TO  PROCEED  DATE:    ^-  J0  -<P^  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    N0.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  A '/A   NO.  SHIFTS  PER  DAY:  / 

NO.  MEN  EMPLOYED:  7  NO.  HOURS  PER  SHIFT:  ^w^/>" 
ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:     //*  t/A  jCs  y  I  *  A  TELEPHONE:  t^J-/^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     £       ADDRESS:  g^&j*  t 


;ENERAL     #>~oa</us  St?    Js#,yi(  ~/%Ma.  <^r~, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE  ' 

3255-2914 


DISTRICT 


£  tardive 
H\2>o 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       7-  31-84- 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY:  QAivSou 


aL*NOlti£*Lue.S>T  

18. &  /y»izs  


CONTRACT  AMOUNT:     $  *f ,  4-39,  ?9o.<bg* 
CONTRACTOR:  Ooi^cfe             4  6<Uhi*\f 
FROM  (town):   PntNiSaxCj  /t)/»AA  SGL&I 
AWARD  DATE:  -2-2.9-?*/  


CONTRACT  TIME: 


lie  wO< 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  H-ffe-Bfr 

%  COMPLETE:  $   

%  TIME  USED: 


4>sr 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  g-3/-g<f 
NO.  DAYS  WORKED  PER  WEEK:      S  To  Q> 

NO.  SHIFTS  PER  DAY:  _j  

NO.  HOURS  PER  SHIFT:      £2  Uar'iAhle- 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      //.  KGLCj   TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED 


ADDRESS : 


GENERAL:  Cold  mtLLJAfC  uva.S  *„frr\pUlcJ  Q kJ  "7-/7-3V  j  ^  t*/cH 
Cover*    QkAA    SZMjeht^L  *n  7~3<3-g«/    tv*^  /A  Comp/fte. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:       4 1 3® 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      J"c/L^  ?  I j  f  I  *</ 


PROJECT  NO. 


/?S   ZUS~-  l(\  J  Q  CONTRACT  AMOUNT:     $    /  /J^  /?2  .  C.r 

PRO  J.  NAME:     VT?V?D4  AJ  -  /Up/gT  H  CONTRACTOR:     Cfa*«"lteoS.  C^CciL^ 

LENGTH :       ISO  firt  i  CPS   FROM  (town):     U  ICT~Ot2.  MorvTAAiA 

COUNTY:      Qfa#l~{  RL  A   AWARD  DATE:        Z-  Z9~?<4  

CONTRACT  TIME:      &Q  U/,  Q,   DATE  WORK  STARTED:       L/ -(  &  -  £ 

ORDER  TO  PROCEED  DATE:     4-/L>~&*4  PROBABLE  COMPLETION  DATE:      /0~(<j-  W 

%  COMPLETE:        ? 7   NO.  DAYS  WORKED  PER  WEEK:         j|  / 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  +   0  / 

NO.  MEN  EMPLOYED:        Q)   NO.  HOURS  PER  SHIFT:   £  

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  N/4 

PROJECT  MANAGER:    fSkUk&tk&d  A*  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j_       ADDRESS:  M0^L.^ 


GENERAL:   &LL  ITIzkix     AgC     f7 o  **,  &Lt^T£&  ^*C6Tr>7 

SeSS/Aj  C  A  /Oft  FFftTiL.  /Zy  tOC        LOtiu  H       Uu  i_,  £)£ 

£><P^<T  laj  THE~  0  ru  ytj     n  1=     ncTo&GTa.  ii&<-f. 

LOrttCH    iS     ^S7Wi*T£A    To    £^     v5^o  %  6oM^crr. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


DISTRICT:    (^JE^fd C>£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Jplj  Sly  f  <-/ 


PROJECT  NO. : 
PROJ.  NAME: 
LENGTH:   

COUNTY :  sAc>;  '<rU^n 

CONTRACT  TIME 


lo  cJ.  O. 


ORDER  TO  PROCEED  DATE:      ft- £-£3 

%  COMPLETE:  g Q  

%  TIME  USED:  ^  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $ _/y  Qi/ f ,  i/sW.  7-0 
CONTRACTOR:  __j$1eygj<L 

FROM  (town):    _£/4>/U ,'*J  *  

AWARD  DATE:        ZjlA,  //-  f  j  

DATE  WORK  STARTED:  ^/<^7^/3 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE 
PROJECT  MANAGER 
NO.  OF 


ENG.  PERSONNEL  E^^t^f 


&S3  ~/cS~o 


TELEPHONE: 

ADDRESS :    J&€£]T  pf^/A^ //  etA y j 


CENERAL; 


UJo/sT iQ/'/J^  ft/77  X'Z'Jo  / 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/IiHB/sw/22 1 F 


DISTRICT:  G/cAjJi'i/e. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Jaly  3/  ,  /fgV 

PROJECT  NO.:      #S  3 J  J.  -  ,2  C3}  J J.  CONTRACT  AMOUNT:     $  *7/BjZ.6B.8o 

PRO  J.  NAME:    Qj^J^m  /L>o*r»f  Soor*  CONTRACTOR:    Stuw  J~  So„  s  foA>sr*.fAjTsvs 

LENGTH :      JO.Q  /n,/c<   FROM  (town):    A/U4£a/vJ*j  MonrWI 

COUNTY:      £  <S3  r£f   AWARD  DATE:     /VA/   «3/,  ^g^f 

CONTRACT  TIME:        &Q      UJ.   0.  DATE  WORK  STARTED:  3c/ /Vf  Z.lj 

ORDER  TO  PROCEED  DATE:    j^-  2/  -  &3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /QQ  rfp  NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:         /03%  NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Quaa/?  J.  S'rfiahfTiA^/e  TELEPHONE :       Z.3Z  ~  SO  9  J  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:     0£/9f.   o  S  S'f4tu*/S 

j         J- 9 Jo/ 

GENERAL:     Jr^j/S'Qcy/C    LXV?J    Pa/H^^c/  7vAf^.^ 

tf?/eofrcJj  vqas  ^-hzsjc/  7-/9- J  v.  77>,'&   to /vj 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

ff 


DISTRICT:  C/ejJlUc 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J<j/ V  ^ 

PROJECT  NO.:  g£s   tf3fi-/f3)2t  CONTRACT  AMOUNT:     $    /}  376  g/6>  </ S 

PRO  J.  NAME:       fJ/jS^fi   -  AMlL  CONTRACTOR:  '/tf^ArPt 

LENGTH :         4.  6    FROM  (town):       j/j^A  #?T. 

C0UNTY:   l//U/£J   AWARD  DATE:      A/6 .    26  JQ#& 

CONTRACT  TIME:  J</^/?~  DATE  WORK  STARTED:  \sgj>j.  J+l  /Qf£ 

ORDER  TO  PROCEED  DATE:  3  PROBABLE  COMPLETION  DATE:  6'3A~#j 

%  COMPLETE:  JAQ   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  <?/   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:        3   NO.  HOURS  PER  SHIFT:  $j0/6dJ 

ACTUAL  COMPLETION  DATE:  ^-JA-j?*/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   J)A  Dt/JPAcAzg  TELEPHONE:  746-^43/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_  ADDRESS:        jJ/tsJtjJ>    A//  S92<JS 


GENERAL :       „  jfd  4 TMtt?  jMAs.J 

*&tfMz  $McL  ///</* //scsJ  jwJ< 

AaIH  J2£jjLAtm&#£-  7-^aJ    £M&£dL  -rA*  g 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  <^£Vxt£/«. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  CJ</*)  CONTRACT  AMOUNT:     $  $77*6>G> 

PRO  J.  NAME:    /2fr>t  So  <j>£ /PeSejuJSo,  CONTRACTOR:    £T.//.  Q/zr&b<0£  fSetSf  T<Q<r-. 

LENGTH:  3.*)  /r>jjk^   FROM  (town):  ks  /  Uf. 

COUNTY:         /^OSCb^-b   AWARD  DATE:  /  %  /<?£¥ 

CONTRACT  TIME:  tf&  US^tD.  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:     *f-30  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:  00    %   NO.  DAYS  WORKED  PER  WEEK:  jT 

%  TIME  USED:  ^?  &   NO.  SHIFTS  PER  DAY:  .   / 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:    jjj 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £>U.<l/>€  v7".  ^4e>4>|yy^TELEPHONE :        J  J  J  g   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     jg*       ADDRESS:     Z)g^?/#    <g>  f  A/f <i4&C>4 

GENERAL:       J)lce.'/)<*    /^L£  fOaS"/'  ^)4m></  £-U&/<- 

*  An  to,/  y&r/  o-f  get/yes/-  u>as 


^>-> pL4^  \  3Sj  /£/  -/r>os  *~f  />S>  "  Base  tZestr  6,  S/3 
77      c*-r^f>L>t^  -' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

■  £ 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  <£/e**c//v^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jy/y  57  l?S^- 

ft.  ^^>ROJECT  NO.  :^^S  JZS-  7- OS-gfs  ) ao7  CONTRACT  AMOUNT:     %  2.  7Z8>.<?0 

CONTRACTOR:  ^„«J«  Z^s^  Co.  (jQ  £°x  ) 
FROM  (town)  -.^c/^  /g/^  U£tj£o»S/x> 
AWARD  DATE:    /Te£   ^    /9£<£.  £~*Q>'S- 


PRO  J.  NAME:     jS^^rL—  ShJj^ 
LENGTH :  £84-  ^7//^ 

COUNTY :  ^A&ijt-e.- wJ/u 
CONTRACT  TIME:       >37,£    W.  Q. 
ORDER  TO  PROCEED  DATE:  ycrej,.  /3 

%  COMPLETE:  33  

%  TIME  USED:  ZG>  

NO.  MEN  EMPLOYED:  ^.0  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /^-/erSor,       TELEPHONE:  S~7Z-  4-3  Z.*?  fo*    frcj  ) 


DATE  WORK  STARTED:  /jfazgA  /Z.  /9<24-. 
PROBABLE  COMPLETION  DATE:    /}      %  l?B^ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  .   

NO.  HOURS  PER  SHIFT: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^  ADDRESS 


GENERAL:    ^-/^e  r^xL^J^    Z^^d*    tZ^sdr  .    dip.      zssarJeZ***  cr^. 


t*.  c/  d l 


C3     CTo  J-£*r  c/a 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
RINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &£/jJ/i/£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jdly/  jfy  J9i^ 

PROJECT  NO.:     -X/flP  4394-  $3  CONTRACT  AMOUNT:     $   £9/,  /7/,QO 

PRO  J-  NAME:  Jf/^fMfJ  CONTRACTOR:      ^C^T  >  

LENGTH:  /J fa   FROM  (town):      rf/J&S     C*/ //  

COUNTY :  AdJjjJ.BxxxJejJ  &j#fikft*  AWARD  DATE :       jj/wj    Jty  J<j£>3 

CONTRACT  TIME:     <_>g/y   -  72  DATE  WORK  STARTED:  mjzjMhjsL 

ORDER  TO  PROCEED  DATE:  /3  PROBABLE  COMPLETION  DATE:  /S~ 

%  COMPLETE:   £Z   NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:   JjJ   NO.  SHIFTS  PER  DAY:  £  

NO.  MEN  EMPLOYED:   ^   N0-  H0URS  PER  SHIFT:  \//)£//iAZg' 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  jj//) 

PROJECT  MANAGER:     A/gJAJfa&cA  TELEPHONE:      £S3~  /6SO  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       D&fA  OF  jAftfJiJA^j 

GENERAL:       ftdsAisJQ   d*A    -sArJSf//j^Q     AT  t.Y.l. 

ryte  "J"  &  c*  fad  J/*"  fate 


&jfytit£2£_  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  6>LEa/Oi\/£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Sd/L^  31,  I^Z^ 

PROJECT  NO.:     F~  Z-t  (  f  j  DATE  SURVEY  AUTHORIZED:     liiz/  f  / 


PRO  J.  NAME:     FALL**/   t?c.  U^€  £JoJ      DATE  WORK  STARTED:   ^  

LENGTH:  ZS.O    /^i/t£JL   ESTIMATED  COMPLETION  DATE:  /oJza/^^ 

DATE  SUBMITTED  TO  DISTRICT:      "ill// 1*4 


PROJECT  MANAGER:    TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:         -^>"  %  COMPLETE:   &  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  6?L£'y*/0/v'£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Ti/zV  II    1 9  J*/ 


PROJECT  NO.:  F£  / Vo  C/l)  DATE  SURVEY  AUTHORIZED:  ~7//o/W 
PROJ.  NAME:     C  Lit  £  CUTS  C^S  -  Wc^f     DATE  WORK  STARTED:   


LENGTH:  S.I    svn  /  t  ESTIMATED  COMPLETION  DATE:  /0/z6/W 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  6>L£sVanJ6r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      T^/  I J ,  /ggg 


PROJECT  NO 


:     f~LU-lCl)l  DATE  SURVEY  AUTHORIZED:  f/z//f/ 


PRO  J.  NAME:     Sj/Ds/tW  -  xV.  0.  DATE  WORK  STARTED:  ^/z//"/ 


LENGTH:  V  ?  svn/Lej:   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  lljt/s"/ 


PROJECT  MANAGER:        EXeLC^  TELEPHONE:  ICS*  t SH 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   <3 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  6>t€r>/Qis/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:      f  12  -  I  ( z)  I 


PROJ.  NAME:      /vn/LCS    O /  r/  - sS.  tsS. 


LENGTH:  I  S  >V7/  l€S 


DATE  SURVEY  AUTHORIZED:  7//z/lV 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE:  /C/z&,/£<J 


DATE  SUBMITTED  TO  DISTRICT:  l/^//W 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT :  CA/O  IV/T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      3 11  Li  31 

PROJECT  NO. :    X/Z  <?4 -4  C3l)  !&&      DATE  SURVEY  AUTHORIZED:  4lsll4 

PROJ.  NAME:/^/^/<T  CO.  u^e-i+zeiT      DATE  WORK  STARTED:   

LENGTH :   ?■  £   sv^'cCS   R8TT MATED  COMPLETION  DATE:     "7  In  1 1*1 

DATE  SUBMITTED  TO  DISTRICT:  llllh^ 
PROJECT  MANAGER:  TELEPHONE:  


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  JOO  Vo 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  &&idut£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  Ju/y/ 

PROJECT  NO.:      £~42S{7)  5"9  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  £/A$Ql>tL>    DATE  WORK  STARTED:  2~7'£4 

LENGTH:       /£,  J  /ft/Lg:*   ESTIMATED  COMPLETION  DATE:  *£d£llf 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ^J).  JjtfgtiC&iiJL  TELEPHONE:  3*S3 / 
NO.  PERSONNEL  ASSIGNED:  70  ^        %  COMPLETE:  73*  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>L£/VOiVe: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 


B£  ^lObCo  is) 


PRO  J.  NAME:  TtJ  O/vtPS**/  Cfi£€< 
LENGTH: 


DATE  SURVEY  AUTHORIZED:  ll/bl %4 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE:     rfffi/L  JfXS 


DATE  SUBMITTED  TO  DISTRICT:      lllil  tt 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  6>Le*/0'</C 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     StftY  J I  /9t4 


PROJECT  NO.:     £S  IVV-Z^-^Z^         DATE  SURVEY  AUTHORIZED:  llllJt'f 


PRO  J .  NAME :      7.  S^7/.   0  f  /r#  o  /  O  DATE  WORK  STARTED : 


LENGTH:  1.L  Lf£   ESTIMATED  COMPLETION  DATE:  /o/zU?^ 

DATE  SUBMITTED  TO  DISTRICT:  7/_?//fV 


PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  9% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  &>L£a/o>J£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       JtStV    21,  X<4 


PROJECT  NO.:       E£    <=io4J   C  f)  DATE  SURVEY  AUTHORIZED:  fl/ziJn"-l 


PROJ.  NAME:  CAST  r&£C  J/Vargw  DATE  WORK  STARTED: 
LENGTH: 


svnJLtS  ESTIMATED  COMPLETION  DATE:  V/jo/aT 


DATE  SUBMITTED  TO  DISTRICT:      ill  1 1 2*4 


PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   ,  Q  Yc 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 


Billh 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   ^L//y  3/ ,  ltf&4~ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

9=S3-  3J?J  <±p  

Lavfna  -  Sou4h 

Widen  _&nct  

Phs- 
PJH 

/ 

to/ 

EL52-3  (1&±6>J  

Moohe-  Lewix-lawn 

Overlap 

Pre- 
PIH 

/ 

West  ofGracxrtnqe.-W. 

Widen  _asg(  

f)r<e>-Jav 

Final 

O 

so 

&Sj4-7&-_Z  LO-  

Hanover  &o3d 

GzTdde-dnd  Grave L 

PIH 

O 

30 

M(4&OJ  L'l  

Laurel  S+i-tt+<=> 

Qyejr/a.y  

PIH 

O 

•Shawns u+-  Wle&t 

oveHa^ 

Ftnaf 

O 

&o 

/e,s  3o-?~  -  /  (t) 

Mol+-£imror.k  ^d-Basr 

Public 
HeSting 

O 

/ 

PIG-I  (£7}_/7l 
Billing- A/or-rh 

Pte- 
PIH 

O 

5 

i/ds 

&  cgrhsitucliao  _ 

Ptc- 
PIH 

O 

4- 

&SJ3<20^/  U*X3-  - 
E,  ofBeaira-eelc-  I3&lfs 

Widen  *  Overlap 

Final 

qo 

DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221D 


DISTRICT:  4z//a/SS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &~ 


PROJECT  NO.:  9Q~SC ?s)  S&S' 
PRO  J.  NAME:  y^?gjQ  &,^T  £.  *  UJ. 

LENGTH:  ✓      &  ggM£St  

COUNTY:  L^rs^n  £^r,U.ujtiTB*. 
CONTRACT  TIME:  9c  &k&&M&  ZWs 
ORDER  TO  PROCEED  DATE:  gz&JtSk 

%  COMPLETE:   ^6,  

%  TIME  USED:   ^5"  


CONTRACT  AMOUNT:    $        ^//  J?  6./,  9<J 
CONTRACTOR:     /VI  a /a,7-Y*>£-  &a,&T>C 
FROM  (town):     CZ^^r  /^^s  A?7T 
AWARD  DATE:  „  9- 


DATE  WORK  STARTED:      ^-  J^g 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


J- 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  a/^ 

PROJECT  MANAGER:  //^^  TELEPHONE:  jfcgfl 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  x^^y*/^  ^ 


GENERAL:   tfiPvr^fieTei    ^3  r^>a rTryg  v ^ /  . 


S*7  I  * 


J*r<c  Y 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:    ^z^/^feS  S> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S>- 


PROJECT  NO.:  Sj£96-8fy&,  )  4/ -3 
PRO  J.  NAME:    A*.*  C?,Ty  £.  god. 

LENGTH:  ✓   

COUNTY :  ^T)/X^^T£,t  

CONTRACT  TIME:  fiO  Itk *./<!/ a/ &  /)/QY3 
ORDER  TO  PROCEED  DATE:  9-/9-8J 

%  COMPLETE:   <g>.5"  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  J^ZSS,  S6,4>.  4S 
CONTRACTOR:  £/n/>l£&  Sana  f&kfiveu  &  /aJ 

FROM  (town):     ^jUsaaS,  S  

AWARD  DATE:  /P^Z?  S3  


DATE  WORK  STARTED: 


9- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         //jfjgr/n  a  aJ  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


GENERAL:  x/£    gflhU&g  ZLfcae  £2^1   _ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. : 


FOR  THE  PERIOD  ENDING: 

I  id  90-9  (36)531  U-1 
I  ID  90-9  (38)5^9  U-1 
g  74-1   (2)  0  U-1 


PRO J.  NAME:    Fencing  Lodge  Grass  to 

Tt-MPTu.  Wyoming  Line 

LENGTH:  MiIps  

COUNTY:        Big  Horn  


See  Contract 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  7-5-83 

%  COMPLETE:   9J  

%  TIME  USED:   0  

NO.  MEN  EMPLOYED:  0   


ACTUAL  COMPLETION  DATE: 


July  31 ,  1984  . 

CONTRACT  AMOUNT:     $  486,990.61 
CONTRACTOR:     Crow  Tribe  of  Montana 


FROM  (town) :  Crow  Agency,  Montana 
AWARD  DATE:         July  5,  1983 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  26,  1983 
5-1-85 


0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  N/A 

_  TELEPHONE: 
ADDRESS : 


Schaak 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


343-2501 


P.O.  Box  366 


Wyola,  Montana  59089 


GENERAL :     Do  work  was  done  on  the  project  during  the  reporting  period.  No 

 more  work  will  be  done  on  the  project  until  the  Roadway  Grading 

 work  has  progressed  suf ficientely  to  allow  the  completion  of  all 

 of  the  remaining  contract  items.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  3iOJ*/6S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       6  /)o&DsT &4r 

PROJECT  NO.:    XDSOSf3C)  f53f  UZ  CONTRACT  AMOUNT:    $  /4p7ZS>,  ZT7.  S3 

PRO  J.  NAME:    LdO^^JPA&S  -  S&JTj]  CONTRACTOR:     g&ggfiglg  G&U(=£Al~  C&iSm*  MC 

LENGTH:     //,  7   M/UE^S   FROM  (town):  /Jeu/mXA 

COUNTY:     3i<Ztlo&4   AWARD  DATE:      3 '3a- S3  

CONTRACT  TIME:    ZSO  ido/ejaUG Da¥S  DATE  WORK  STARTED:  Z~Z"7-g3  

ORDER  TO  PROCEED  DATE:    /<g-3/-,Q3  PROBABLE  COMPLETION  DATE:  /Q-/-&S 

%  COMPLETE:        Z&'fe   NO.  DAYS  WORKED  PER  WEEK:  -S" 

%  TIME  USED:      Z3%   NO.  SHIFTS  PER  DAY:  __/  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  . — . 

PROJECT  MANAGER:     Q.C.  *CiT-T-ec&a*/  TELEPHONE:     633 -24g^  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      P.O.  j3oX_ 


5SOSO 

GENERAL:     P/ZQ&/Z£?SS    /ZmtD.   /uJO&JC  /AJ  /=3g£>6^gSS  fZjJ&SittzD 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/n 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 


FOR  THE  PERIOD  ENDING: 

I  ID  90-9  (62)543  & 

P  74-1  (2)  0  U-2  


PRO  J .  NAME :  Wyola  South  &  Wyola  Conn. 

LENGTH:  5.8  Miles  

COUNTY:  Big  Horn  


July  31 >  1984 

CONTRACT  AMOUNT:     $  7,977,895.95 
CONTRACTOR:     Hilde  Construction  Company,  Inc. 
FROM  (town) :    Great  Falls,  Montana 
AWARD  DATE:  8-26-8?  


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


4-9-84 


ORDER  TO  PROCEED  DATE: 

8-29-83 

PROBABLE  COMPLETION  DATE: 

8-15-85 

%  COMPLETE: 

26 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED: 

40 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

12 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  Schaak 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


343-2501 


P.O.  Box  366 


Wyola,  Montana  59089 


GENERAL :       Work  in  progress  consists  of  Hilde  Construction  Company,  Inc., 


finishing  the  Sub  Grade  between  stations  634  to  737 « 


Martinez  Construction  Company  is  installing  the  12' 2"  S  X  11 

'0"  R 

Vehicular  U-Pass  at  station  737/00,  placing  concrete  Cutoff 

walls 

and  concrete  slope  protection  at  station  76/44  &  86/40, Wyola 

Conn. 

Road,  and  installing  Drain  culverts  between  station  869/OO  to  926/72. 


Cop  Construction  Company  worked  8  shifts  on  the  Wyola  Interchange 
Structure.  All  footings  were  excavated  and  all  Test  Piles  were  driven 

at  station  663/25.  

Grading  Items  are  35^  complete,  Drainage  Items  are  6C#  complete, 
the  Structure  as  a  whole  is  5#  complete. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  gjj  1984 


PROJECT  NO.:     I  ID  90-9  (38)5*19  U-2 

PRO J.  NAME:   Wyoming  Line  North  

LENGTH: 
COUNTY: 


5.2  Miles 


Big  Horn 


CONTRACT  TIME: 


220  WD 


CONTRACT  AMOUNT:     $   7.261. 180. 56 

CONTRACTOR:       Hilde  Construction  Company.  Inc. 

FROM  (town):     Great  Palls,  Montana 

AWARD  DATE:  8-5-83  

DATE  WORK  STARTED:  9-6-83 


ORDER  TO  PROCEED 

DATE: 

8-5-83 

PROBABLE  COMPLETION  DATE: 

6-1 5-85 

%  COMPLETE: 

41 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED: 

44 

NO.  SHIFTS  PER  DAY: 

2 

NO.  MEN  EMPLOYED: 

67 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION 

DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Schaak 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


16 


TELEPHONE: 
ADDRESS : 


343-2501 


P.O.  Box  366 


Wyola,  Montana  59089 


GENERAL :     Work  in  progress  consists  of  Hilde  Construction  Company,  grading 
between  stations  986/00  to  1091/00.  Finishing  Sub-Grade  and  placing  Sand 

Sub-Base  material  between  stations  1091/00  to  1214/19.  ' 

Martinez  Construction  Company  is  installing  Drain  Culverts  ahead  of  the  grad- 
ing operations,  placing  Riprap  at  various  locations  throughout  the  pro.ject. 
and  .have  placed  the  AC-DC  concrete  Ditch  Lining  right  of  station  1055/00. 

COP  Construction  placed  concrete  for  the  East  Bound  superstructure  at  station 
973/50  and  the  substructure  at  station  1086/30.  SMJOSgilMi^^^r^XKm^mfppf 

Grading  Items  are  78#  complete,  Drainage  Items  are  85ff  complete.  CL.  AD  concrete 
is  74#  complete,  CL.  BP  concrete  is  49#  complete.  The  structures  as  a  whole  are 
40#  complete. 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/SW/221F 


DISTRICT:  /B//J-/a/65 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. :  & 


firs v-/(-7)?y 

PRO  J.  NAME:  fe£  4.oAe><<  zjSMjSO^SS. 

LENGTH:  sgg  s?7//<<5  

COUNTY:  Oflft&W  V  ^>rs//*t/sr7/?A 
CONTRACT  TIME:  JfjtirS/?£y 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  Z3 '% 
%  TIME  USED:  — 


CONTRACT  AMOUNT:  $  7//,30Z,00 
CONTRACTOR:  5/V.Lf£j5<yJ  &M3r.  £'0. 

FROM  (town):  4&4£/*L  

AWARD  DATE:   


DATE  WORK  STARTED:       <S"  Z/^? 


NO.  MEN  EMPLOYED:  <2j? 


PROBABLE  COMPLETION  DATE:  ?-/  Jff 
NO.  DAYS  WORKED  PER  WEEK:  <T 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  ?  


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  — 


PROJECT  MANAGER:  Ofitf0  /?  ScJ>U*MaJ>  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     S_       ADDRESS:       0£f?T:    a/?  /Vl/CiJo 


GENERAL:  <ZJ*S7Vr/?c7~0#  C/W34*X?  pS/bcA* f/6*J6 

7>f/?s9?/<i  <?a*>7Xo£  Z7Z/?z5  srareWc  9<  z/z^ts 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      /?,XjLja,<s  <s 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      xTI/jL  V  31 


PROJECT  NO.:  /r-xTf-HBS  CONTRACT  AMOUNT:     $    /,  6-//.  073  ,  & 

PRO  J.  NAME:       Bo  yd   -  aouTH  CONTRACTOR:     RlHRUJa/  4f#BU&EmtfJ*& 

LENGTH :  a  .  6,    mm  (town):     Z,a/o  A&m&fffa 

COUNTY:  <TJ9/!RajJ   AWARD  DATE:   

CONTRACT  TIME: 


fro  WtMMUfa  PM*  DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


4LAzM£ 


NO.  MEN  EMPLOYED: 


JUL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  ^ 


PROJECT  MANAGER:  J^Aa/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


£</3  -282.7 


GENERAL:      -r~AA     ^vr^r^   &£  7j  /4e  fte 

•fit*    £*$dtA4ti*&&£.   SOl  ttjr^j    s»Z/9££0  J7&77M/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  3,tt/AKhS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        UoLy  S^/^j 


PROJECT  NO.:  E£LMl8££^HJ&& 
PRO  J.  NAME:    fyptQ  AGeMC    -  BusB^j 

LENGTH:  fl.  7  /T)/L£S.  

COUNTY:  BlC    {Joe  V  

CONTRACT  TIME:  J(qQ  UJOfiK/HG  /Q^S 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  / 

%  TIME  USED: 


CONTRACT  AMOUNT:  $  &f3fe5;  ¥9^.Q9 
CONTRACTOR:  S  //  <^rr£J»L  ?SMs3*C 
FROM  (town):      fijjiES  £  /7^  /ZW^ 


AWARD  DATE: 


DATE  WORK  STARTED: 


7-23  -84 


L 


NO.  MEN  EMPLOYED: 


3±L 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


 5 

I 


8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 


M  <P7T/T)AN  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_g  ADDRESS: 


Pa  Bex  46,o 


GENERAL :  7//f    ^IfrgftT/fr/g    STA£r££>  S7?ZiPP//JC,  Yc^SO/L 

 7-23-S4.     bJnesr  /a/  /koG&zss   SS    &AAD/*a  ~¥ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         "7 "3/"  8 *L 


PROJECT  NO.:  /=L/l (-&&3>/fc)0 
PRO  J.  NAME:    djfboJ  A6&VCf  -&/SI51 

LENGTH:  7   

COUNTY:         £/6  tiofitJ  

CONTRACT  TIME: 


CONTRACT  AMOUNT:  $  /55f  OCO.  (DO 
CONTRACTOR:     /!/?Qu?    2&  M. 


FROM  (town):     fyou)   AfifWC^  /tlorJ: 


AWARD  DATE: 


DATE  WORK  STARTED:  7'/b-SH 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   A3 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       M  TELEPHONE:       &3%'  *t^3JL 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /% 


GENERAL 


P.O. 

/(o,  VMFy  //Ape  bJ/££  SrtlUHG  Worn  STft,  S/t&o 


 Tfrey  /Mvts    £h&7~  S^r  v/>  7&  srrt.  /5?yt/4 

72M.  4£  C       *22&         7^35       t^f  &  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       JZ/y  J/.  /<j£4~ 

PROJECTNO.:     /)?  /0OZ.  fz)   CONTRACT  AMOUNT:     $  SS7.  3SA  SS 

PRO  J.  NAME:      /P//9M>oc*    RoAQ  CONTRACTOR:      g/ftee/  Q^AGf,  TA>C, 

LENGTH :        /Q .  39  /7?/££S   FROM  (town): 

COUNTY:       /£TZ^U/.5 T&A/^   AWARD  DATE:       £&V£*2&£*L  ~?< 

CONTRACT  TIME:  &Q/?£/v67  Q/3f^>  DATE  WORK  STARTED:  <yJ 

ORDER  TO  PROCEED  DATE:    /)P#/C  /£,/9£4-  PROBABLE  COMPLETION  DATE:     Qcr /9&4- 

%  COMPLETE:  65°%   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  73%   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:        &  or  ? 

ACTUAL  COMPLETION  DATE:  ////) 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /^/^  

EFFECTIVE  OPENING  DATE:  ////j 

PROJECT  MANAGER:      ^./yy,   Za***J  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      4^  ADDRESS:      pe&r  <pf-  ^y^j 


GENERAL:  /dJ  /2&o&j>£^S  &jeAQ/*>&.  /4 6 r& ^ 

-7Z>  /%aa>t />?/ *  £&£5sgMtJsi  £S> 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:       M  /  <g/  ft  fa) 


PRO  J.  NAME:  4*^ /he.  /J.t  3/^  ST. 
LENGTH :     A  T    /A/7l=v£      CTTi  a  /J 

COUNTY :  ^^J&7c^  

CONTRACT  TIME:  C^^aOA 


ORDER  TO  PROCEED  DATE:  9 

%  COMPLETE:  ^7  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  £Z  <*9j&>0A 
CONTRACTOR:    M^Aaj^i  ^CGCTieiC 

FROM  (town):      ^.jCXja/^  S  

AWARD  DATE:  9- S3  

DATE  WORK  STARTED:  y/-  7-g>-3 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   q_ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:  V^v^aaJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:       a/c     /uj<djZ/^  -^^^  /<? C&> "<S><C/ -5V/<f -C7  . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Pf£L/Al&3> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Tut*/  3fy 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


/?.  £  /r?/ars  

CONTRACT  TIME:         /ZO  P, 
ORDER  TO  PROCEED  DATE:  "?//3/23 

%  COMPLETE:   /DO  

%  TIME  USED:   g3  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $  3.395,  73&.SO 
CONTRACTOR:       S^TTE?  (2c 
FROM  (town):     GgeAr  /rfUS.  /T^Ajj 
AWARD  DATE:        'Stf/iSE  ZZ,  /983 


DATE  WORK  STARTED:  TSoClJ  2.%  /?83 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY: 

NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:       ^fl/ Z3/&lj 
EFFECTIVE  OPENING  DATE:  ^/z^/Z*-/ 
PROJECT  MANAGER:     /J  (PTT/fl/l//  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      /  ADDRESS: 


£Mz  ¥421 


 Pa  46>o 

GENERAL :         &J/r  Z^F  ftfOCttS  &C/r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /}//Q*J&S 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  12l2Ll£iL 

PROJECT  NO.:       Jfr?^  4'?'??J3'  CONTRACT  AMOUNT:     $  J? 7?  7s& 

PRO  J.  NAME:  ST&fer  j0?j4ja02>u/9*JC?  CONTRACTOR:    /ZC/r/P/tT  <?d*>jT/?&ersi*J 

LENGTH:       JT<3Ck/e>^f   FROM  (town):      /?7/Z£S  CsTX 

COUNTY :  Jgj&/te&&&*££_2_  (P^jef**)  AWARD  DATE:  //-3*Q   

CONTRACT  TIME:      ?Q  6tS  #   DATE  WORK  STARTED:       J*~6  #9' 

ORDER  TO  PROCEED  DATE:    /Z  -/frff  PROBABLE  COMPLETION  DATE:    ggVtf  -J 

%  COMPLETE:  ^ff   NO.  DAYS  WORKED  PER  WEEK:  \f 

%  TIME  USED:        $g_   NO.  SHIFTS  PER  DAY:  Z 

NO.  MEN  EMPLOYED:  S   NO.  HOURS  PER  SHIFT:  ?  

ACTUAL  COMPLETION  DATE:   '  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  < —  

EFFECTIVE  OPENING  DATE:  ^ 

PROJECT  MANAGER:  P$tfj&  P.  3c/,ts*u<U)  TELEPHONE:  ZKf  ~9JtfZ.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:   3_  ADDRESS:  QgfiEL    <s/  ///tOS 

/r?7~"  

GENERAL :      6<A?/?A*    ^g^ttO  AW<y^„j<?  y  ^rtcA-fsZ^C? 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH :        Z<?M7e*  /  ^  y^fjLt 
COUNTY:  h/jje^t/a^J 


CONTRACT  AMOUNT:     $     *f+Z}  6*4-.  Z6 

CONTRACTOR:   ^J*^  S^c^f 

FROM  (town): 
AWARD  DATE: 


g  taJi 


CONTRACT  TIME:  0„ar  A^t.  -Sy/.  /;  /f 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/3 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  __  

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:     71»./»  XkiSkfi 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


/2_  a.  &oy  49 


/ 


GENERAL 


'        /f^^QC^r-   J><*f*„  J^l*.  t3^/js 


/si 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:   gg  //^  ,^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /4>^f.  /J  J9F<£ 

PROJECT  NO.:  ^^3- 1  (s)  I  a  ■ 
PRO  J.  NAME:    j/<.rL^4*„  -  ■ 

LENGTH :  r  jf/sLr  

COUNTY :  JU^^/^^J 
CONTRACT  TIME:  */ 0 

ORDER  TO  PROCEED  DATE:  g+-/<i.-!r4. 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   3  ? 

ACTUAL  COMPLETION  DATE:.   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    T)Jf  T)e  lfe*-e.  TELEPHONE:         ^3S—  S~7  3  I  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /jz.       ADDRESS:  <a.  J8  <>      4-9  ' 

GENERAL:         <hs*r^  ^ /J<J  JrJ,i         A  fe^g^  f>~„  ,L  J  ~  J 

 nd  fl-tre**,  -f&&S*yi  J*J-*  ~~~~  ~77~Z*  fi^O 

 /<>"%:  ^%^>  &// s*a  dmbtsm        Mj.  J  y 


CONTRACT  AMOUNT:     $  t  9^-5 .^e^.^o 
CONTRACTOR:  ^ptrr  Gr>«,n i 

FROM  (town):  MM*^a  

AWARD  DATE:  /  - 3<p  -&-<f- 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION 

DATE: 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

NO.  SHIFTS  PER  DAY: 

/ 

NO.  HOURS  PER  SHIFT 

/J 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE  * 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       'tgvg*  * f  S  9 F<4- 

PROJECTNO.:  £3  -/         7  CONTRACT  AMOUNT:     $   //  93*?-.  &° 

PROJ.  NAME  :t&rU*  f/lJ^l*  - S~c~ CONTRACTOR:  <^g, 

LENGTH:  9 s>a  ~    FROM  (town):  jiJ^^A.U  

COUNTY:  4,/^  S  L  „J   AWARD  DATE:  Q  2  -Z9-?f 

CONTRACT  TIME:  30  */r>   DATE  WORK  STARTED:  assS-S^Z 

ORDER  TO  PROCEED  DATE:  -/d.  -^4.  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /0  0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  3  7   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  

ACTUAL  COMPLETION  DATE:         ~/4  S^h 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  a£-/S-&<4- 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  f)A  Je   -f)e  TELEPHONE:  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  O.  J?0  «fr<?/  

GENERAL:   ^a^/r    +  s      sag  ^j^tiAA  •  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

« 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  /fy/^y^^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <f-   

PROJECT  NO.:  <?g  0£  {7  J  DATE  SURVEY  AUTHORIZED:  s^-^o-PS 

PROJ.  NAME:    ^TfCCuj/iT^   /Ptue*.  §4.   DATE  WORK  STARTED:     <g-  s?Jt~*<£ 

LENGTH:  —   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /gf  A<£>*7~j*r* /d  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   ^5  


/v4>    CO - 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  jtiM^U^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:    z£g  C C  J  DATE  SURVEY  AUTHORIZED:      /-/  a  -  S"4- 

PROJ.  NAME:  <2e&£/<:  DATE  WORK  STARTED:     ^  ^S-^^ 

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:  Kg- 


PROJECT  MANAGER:    /S.  J&A?r>*7/*AJ  TELEPHONE:  <&S^& 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  ^gg? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  9^ SC  fa  J  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:     /jLr^H  DATE  WORK  STARTED:   

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        ,  //^TSn />aJ  TELEPHONE:         ^,-S^£-  &S£& 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^^^flg^S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-/-J^ 


PROJECT  NO.:  /je9^-7^S'S)  £77  DATE  SURVEY  AUTHORIZED:     tf-Z.-? S 

pro j.  name:   (Seeyau/v  <*T  f'c*Jk        DATE  WORK  STARTED:  s^-s^-PS 

LENGTH:  y.  &  /z7s^e-?>   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /C,  //^ucTMa^  TELEPHONE:  ^S^.-  <?/^£ 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  ^5-  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      2-  /  -  g<£ 


PROJECT  NO.:               9C  4  iftf.)  DATE  SURVEY  AUTHORIZED:  ^<^-g^ 

PROJ.  NAME:    /b/Uccu^-q^  du&c  ^g.    DATE  WORK  STARTED:  Z  -  <£ 

LENGTH :    ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    /S,  j/j^T^/}*!  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:  ^TS~ 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^m*.    /  )  9  $"4 

PROJECT  NO.:     g  VPS*-   DATE  SURVEY  AUTHORIZED:    4^..' 1 Z0  /98f 

PROJ.  NAME:    MaxSJsLJ/  rf,/er  &Jff  DATE  WORK  STARTED:  

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    fu  L  Z2ei£k&  TELEPHONE:  ^^-^7ji  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 
May  15,  1984 


July  15,  1984 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PERCENT        %  WORK  COMPLETED 
TYPE  TIME  AND  ESTIMATED  CONTRACTOR  AND 

PROJECT  LOCATION  LENGTH  WORK  USED  COMPLETION  DATE  CONTRACT  AMOUNT 


MT  ERFO  81(4)         Helena  NF,  Lewis  &  Clark  .123      X08l,X001  &  X001         91%  62%         U.S.  Small  Business  Adm 

Broadwater  &  Powell  Co.  09/13/83  Morning  Star  Ent.,  Inc. 

( Subcontractor ) 
$279,000.00 


FHP  19-1(2)  Darby  -  Lost  Trail  4.451      Grading,  Base,  +         25%  43%         Washington  Const.  Co. 

FHL  19-1(2)  Bitterroot  NF  Bituminous  Paving  08/30/84  $2,526,990.35 

Ravalli  County 


MT  ERFO  81(3)         Avalanche  Creek  Grading,  Damage       34.7%  46.8%         Swan  &  Sons,  Inc. 

Benton,  Ohio  &  White  Gulches  Repair  07/01/84  $231,891.50 

Lewis  &  Clark  County 


0M-AD  18(9)  Fergus  &  Wheatland  Co.  22.982      Gravel,  Surfacing    80.0%  75.2%         Konitz  Contracting,  Inc 

(E000)  05/15/84  $356,732.00 


MT  FH  12-1(1), 
RRS  5-3(18)145, 
FH  72-1(1)  & 
FH  79-1(1) 


Whitef ish-Eureka , 
Olney  Underpass, 
Star  Meadows  & 
Good  Creek  Roads 


25.432      Grading,  Base  and 

Bituminous  Pavement 
(1000) 


Morrill  Asphalt  Paving 
$3,186,808.40 


OM-AD  18(12) 


Judith  Basin  Co. 


37.000      Crushed  Aggregate 
Surfacing  E000 


Konitz  Contracting,  Inc 
$549,577.50 
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